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METROPOLITAN WATER BOARD. 



To the Honorable the SencUe and House of Representatives of the Commonwealth 

of Massachusetts in General Court assembled. 

The Metropolitan Water Board respectfully submits its report for 
the year 1896, being its 

SECOND ANNUAL REPORT. 

The Metropolitan Water Board, established under chapter 488 of 
the Acts of the year 1895, began its work in July of that year. Its 
operations for the remainder of the year 1895 consisted chiefly in 
organizing its departments and entering upon the various surveys 
and investigations necessarily preliminary to the active work of con- 
struction which devolved upon the Board under the Act. 

I. Organization. 

( i ) Administration. 

The Board, as originally appointed by the Governor, consisted of 
Henry H. Sprague of Boston, chairman, Wilmot R. Evans of 
Everett, and John R. Freeman of Winchester. Mr. Freeman, on 
account of removal from the Commonwealth, resigned his position, 
his resignation taking efifect on April 15, 1896. Henry P. Walcott, 
M.D., of Cambridge, was appointed in his stead, and was qualified 
for his duties and began his service on the Board on April 16, 1896. 

William N. Davenport of Marlborough has continued as secretary 
and executive officer of the Board and Alfred F. Bridgman as audi- 
tor and accountant. The office force has further comprised a book- 
keeper, an assistant in auditing, two stenographers, a messenger and 
a janitor. 
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(2) Engineering Department. 

The engineering department is organized with the following prin- 
cipal engineers : — 

Chief Engineer^ Frederic P. Stearns. 

Consulting Engineers^ Joseph P. Davis, Alphonse Fteley. 

Engineer of Distribution Departme7U, Dexter Bkackett. 

Engineer of Sudbury Department^ Desmond FitzGerald. 

Engineer of Dam and Aqueduct Department, Thomas F. Richardson. 

Engineer of Reservoir Department, Hiram A. Miller. 

Principal Office Assistant, Reuben Shirreffs. 

Subordinates in the engineering force have numbered 150, and, in 
addition, inspectors of pipe making, pipe laying, masonry and earth 
work, to the number of 30, have been employed. Laborers to 
assist in the making of borings and for handling of water pipes, re- 
' pairing of roads and other minor operations have been employed 
from time to time, the maximum number at any one time being 97. 
The contractors for building the tunnel and aqueduct, for excava- 
tion of the soil and the preparation for use of Reservoir No. 5, and 
for laying the main distribution pipes, have employed a large num- 
ber of men, amounting in the busiest period of the year to 4,108 
men, using 845 horses. 

(3) Legal Services. 

On entering upon its work the Board secured the legal services 
of Albert E. Pillsbury and Andrew J. Bailey of Boston, and Frank 
P. Goulding of Worcester, and these gentlemen were of great assist- 
ance to the Board in the organization of its work, the preparation 
of contracts, and establishing the basis of negotiations and settlements. 
On Nov. 1, 1896, under the provisions of chapter 490 of the Acts of 
the year 1896, the Attorney-General of the Commonwealth assumed 
the performance of the legal work of the Board, and since that 
date the duties of counsel have been performed under his direction. 

(4) Conveyancing Department. 

The necessity for the examination of all of the titles of the lands 
taken for the aqueduct in Berlin, Northborough, Marlborough and 
Southborough, and the titles of the lands which are to be taken for 
the reservoir in Clinton, Boylston, West Boylston and Sterling, has 



1897.] PUBLIC DOCUMENT — No. 57. 7 

required a large amount of conveyancing. This work has been 
done under the supervision of Alfred C. Vinton, who has been as- 
sisted in the work of the Boston office by George D. Bigelow, and 
at the Worcester registry by Charles T. Davis. For the examina- 
tion of titles, preparation of papers and other matters connected 
with conveyancing, ten assistants, including two stenographers and 
a messenger, have been employed. The larger part of the prelim- 
inary work of the examination of titles in the Worcester registry, 
for the aqueduct line and the site of the great reservoir, has been 
completed, and the titles of eighty-seven estates have been finally 
passed upon. A large amount of other work, pertaining to titles 
in Southborough and Marlborough and the various other sections of 
the Metropolitan Water District, has been accomplished. 

(5) Police. 

The Board being required to furnish, without charge, to all towns 
within which any work is done under the authority of the Act, such 
additional police protection as may be necessary in consequence of 
its work, has provided for the appointment of officers as follows : — 

• 

Reservoir No. 5. 

Soathborough, 14 oflScers. 

Marlborough, 8 " 

Nashua Reservoir and Aqueduct. 

Clinton, 3 oflScers. 

Berlin, 9 

Northborough, 6 

Boylston and West Boylston, 1 " 

Total number, • . . . 41 " 

The officers in Southborough are appointed, in accordance with 
an agreement made by the town with the city of Boston, by the 
selectmen of Southborough; and the officers in Marlborough are 
appointed by the mayor of that city, subject to the confirmation of 
this Board, and are under his supervision. 

The officers in the towns of Clinton, Berlin and Northborough are 
appointed by the selectmen of the respective towns, with the con- 
sent of the Board. The force in the towns of Berlin and North- 
borough is under the direction of Isaac M. Drew as chief. 
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In addition, it was deemed desirable to have one officer for the 
towns of Eoylston and West Boylaton, although the work of con- 
etruction has not been begun in these towns. For the purpose, 
Frank H. Baldwin, who is also a deputy sheriff for the county of 
Worcester, was designated, and he adds to his duties a general care 
of the property of the Board in these towns. 

In comparison with the number of men employed under the vari- 
ous contracts in the districts where the work of construction is 
carried on, little disorder has arisen, and the officers have attempted 
to guard, as far as possible, the interests of the people of the dis- 
tricts. 

{6) Offices and Buildings. 

The office of the Board for administration purposes, the central * 
and drafting offices of the engineering department, and the convey- 
ancers' office have continued at No. 3 Mt. Vernon Street in Boston. 
A room in Worcester, in convenient connection with the registry i 
of deeds, has been required for the use of the title examiners | 
Worcester County. 

Branch offices of the engineering department have been tuaia^ 
tained in Clinton, West Boylston, Northborough, Marlborough a 
So nth bo rough. 

The necessity for large accommodations, not only adequate for 
the performance of the work which is to be carried on in and about 
Clinton for several years to come, but also sufficiently fireproof to 
insure the safety of the various plans and surveys necessary to be 
kept in the vicinity of the dam and reservoir, required the erection 
of a new building at Clinton, as none adapted to the requirements 
of the Board could be found in that town. The Board accordingly 
purchased a lot at the corner of Walnut and Prospect streets, and 
is erecting a building which it is expected will be completed in a 
short time. 

The headquarters of the police for the district of the Nashua 
Aqueduct have been maintained at West Berlin, in a building which 
has been leased for the purpose. The police headquarters at Fay- 
ville in Soutbborough, established by the city of Boston for the 
Reservoir No. 5 district, have been continued there in a building 
belonging to the Commonwealth. 

The large amount of pipe required for the distribution lines has 
necessitated the establishment of three pipe yards for receiving and 
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storing the pipes before they are conveyed to the various points 
where they are laid. These pipe yards are (1) on the line of the 
Boston & Maine Railroad at Edge worth in Maiden, and (2) at Park 
Street in Somerville, and (3) at the end of Windsor Street on the 
boundary between Somerville and Cambridge on the line of the 
Fitchburg Railroad. 

Temporary field oflSces have been erected at other places, as the 
exigencies of the work have demanded. 

II. Duties imposed upon the Board. 

The Act of the year 181>5 required the Board to construct, main- 
tain and operate a sys^tenl of water works in accordance with plans 
and recommendations submitted by the State Board of Health in 
that year, and to provide thereby a suflScient supply of pure water 
for the cities of Boston, Chelsea, Everett, Maiden, Medford, New- 
ton and Somerville, and the towns of Belmont, Hyde Park, Melrose, 
Revere, Watertown and Winthrop. Provision was also made for 
the admission into the Metropolitan Water District of other cities 
and towns any parts of which are within ten miles of the State 
House, for supplying water to water companies owning pipe and 
water systems in towns within said ten miles, and also for permit- 
ting the Board to furnish water to other cities and towns and 
water companies. 

The principal features of the work required to be performed by 
the Board are the following : — 

First, — The erection of a large dam and dikes at Clinton, and the 
construction upon the south branch of the Nashua River, in the 
towns of Clinton, Boylston, West Boylston and Sterling, of a stor- 
age reservoir having a capacity of about 63,000,000,000 gallons 
of water, and covering an area, exclusive of margins, of about 6J 
square miles. 

Second. — The building of an aqueduct capable of conveying daily 
300,000,000 gallons of water, from the dam at Clinton, a distance 
of 12 miles, through the towns of Clinton, Berlin, Northborough, the 
city of Marlborough and the town of Southborough, to the new res- 
ervoir of the Sudbury water system in the town of Southborough 
and the city of Marlborough, known as Reservoir No. 5. This 
aqueduct embraces (1) a tunnel, through rock, 2 miles long; (2) a 
covered masonry aqueduct, 7 miles long, with a stone bridge cross- 
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ing the Assabet River; (3) an open channel, 3 miles long, substan- 
tially following the course of Stony Brook into the Reservoir No, 5,^ 

Third, — The taking of the lands in and around Reservoir No. 5 
in Southlborough and Marlborough, and completing the construction 
of the reservoir which had been begun and nearly half finished by- 
the city of Boston, — a reservoir which, when completed, is to cover 
an area of about 2 square miles, and to have a capacity of aboat': 
7,500,000,000 gallons of water. 

Fourth, — The taking, on or before the first day of January ill 
the year 1898, of all the lands and water works held by the city of 
Boston for the purpose of storing, preserving and supplying water, 
westward of the Chestnut Hill Reservoir in Boston, and westwa 
of the pipes to be laid from the Chestnut Hill Reservoir to S 
l*ond, including the pumping station at the Chestnut Hill ReservoiTj 
and the lands under and surrounding the same. 

Fifth. — The taking, on or before the first day of January in tM ^ 
year 1898, of Spot Pond, in the town of Stoneham and the city oi:^ i 
Medford, and the lands under and surrounding the same, with tfal|| J 
pumping stations thereon. ••'";,.'-- •--'. I '\ 

Sixth. — TheMvMSxi^^^'-' -■-^-^^'' ^ -'-- ^^ —^ ' 

Hill Reservoir md in othfek 



•. rJety* pumping5 Sta^ons at the Chestoi^ ; 
p?p&ri^'6f the Metropolitan Water Dfaji ; 

\ * I 

trict, as may be required. • .^^.. 

Seventh. — The laying ot great /li^Lfi In- dfetributing pipes from tfae ■ 
Chestnut Hill Reservoir, to connect with Spot Pond and the vadh ] 
ous cities and towns constituting the Metropolitan Water Districl^ 1 
for the distribution of the water to the various municipalities. 'j 

By the construction of these works it is proposed that the water 1 
of the Nashua water-shed, having an area of about 118 square miles, , 
and capable of yielding, even in a series of very dry years, 105,000j- 
OUO gallons of water daily, shall be stored in the great reservoir 
on the south branch of the Nashua River ; that the water shall be 
conveyed by the Nashua Aqueduct to the new Reservoir No. 5 in 
Southborough and Marlborough ; and thence conveyed, with the 
mingled waters of the present Sudbury and Cochituate systeiXiSi 
of the city of Boston, to the Chestnut Hill Reservoir and to Spot^ 
Pond, from which it shall be distributed to the various cities and! 
towns of the Metropolitan Water District. The completion oth 
this system would seem to insure to the District, in the most un** 
favorable seasons, a daily supply of at least 173,000,000 gallons of 
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water, — a supply double that obtainable from all the sources com- 
bined now utilized for the cities and towns composing the Metro- 
politan Water District. 

The accompanying plan, being Plan No. 1, shows the location of 
the projected Nashua Reservoir in Clinton, Boylston, West Boylston 
nd Sterling, and the Nashua water-shed ; the three sections of the 
ashua Aqueduct in process of construction leading from the Nashua 
eservgir to the Reservoir No. 5 in Southborough and Marlborough ; 
eservoir No. 5 and the completed basins of the Sudbury system, 
ith the Sudbury water-shed ; the Lake Cochituate and the Coehitu- 
.3 water-shed; the present Sudbury and Cochituate aqueducts, 

• -* ding to the Chestnut Hill Reservoir ; and the main pipe lines in 

• . c 'ess of construction from the Chestnut Hill Reservoir to Spot 

d. 

in. Work of Construction. 

■ e first duty of the Board seemed to be to furnish an increased 

*5L nply of water at the earliest possible period to the city of Boston 
^^,» d several others of the cities and towns constituting the Metro- 
L JStan Water District, in which the demand for water has nearly, if 
^ ^t quite, reached the supply of a year of moderate rainfall, and in 
hvhich the supply of a dry year would be entirely inadequate to 
ji '^t the demands. For this purpose the building of the Nashua 
.Ar^^-^duct, to connect the water of the Nashua River with the Sud- 

Aiy system of Boston, the completion of the Reservoir No. 5, and 
Ithe laying of the distributing main water pipes to connect the 
C\ stnut Hill Reservoir with Spot Pond and the various cities and 

vns of the Metropolitan Water District, were pushed forward with 
all possible speed, and satisfactory progress has, on the whole, been 
made in these operations. 

(1) Nashua Aqueduct. 

Jhe work of construction of the Nashua Aqueduct was begun 
*»arly in the year 1896. The contracts for the building of the two 
miles of tunnel were awarded in February last. In May contracts 
• **!© made for the seven miles of covered masonry aqueduct, in 
Jane for the construction of the bridge over the Assabet River, and 
in September for the construction of the open channel at the end of 
' the Aqueduct. 
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'J'he estimatea for the construction of the Nashua Aqueduct, whi< 
formed the basis for awarding the contracts, independent of e: 
gineering and incidental charges, were as follows : — 

Two miles of tunnel, $370,826 00 

Seven miles of covered masonry aqueduct, . . . 721,580 60 

Bridge over the Assabet River, 64,676 25 

Three miles of open channel, . . . ' . . . 89,470 00 

Making a total of f 1,246,552 85 

The amount paid by the Commonwealth to Dec. 1, 1896, on a 
count of contracts, was $204,522.61 ; for land damages, $12,337.5( 
and for engineering and other expenses, $81,834.36, — a total < 
payments amounting to $298,694.47. 

For the construction of the Nashua Aqueduct, 94 lots of lan( 
belonging to 66 different owners, were taken, having a total area c 
261.64 acres. Settlements have already been made with 16 of tl 
owners. 

The two miles of tunnel and the stone bridge over the Assab 
Eiver are both already more than half completed ; and such proj 
ress has been made jpotti the various sections of the covered mi 
sonry aqueduct and >t&B. open channel as to lead to the assurap< 
that the whole Aquedttct^will be completed by the end of the yei 
1897, or early in the succeeding year, so that the water flowing i 
the south branch of the Nashua Kiver may be diverted and coi 
veyed through the Aqueduct to Reservoir No. 5. 

The accompanying plan, being Plan No. 2, shows the three 
tions of the aqueduct and a profile of the elevation of the Aquedm 
and indicates the progress which has been attained. 

The accompanying Plan No. 3 gives sections of the Aquedu< 
showing the different methods of construction on embankment 
in excavation, and in rock and in earth. This plan also gives 
elevation of the stone bridge across the Assabet River, with lo 
tudinal and cross-sections, and indicates the progress of the wor 

Tables giving the names of the various contractors, the estim 
amount and estimated value of the work to be done under the 
tracts, and other details, will be found in the Appendix. 

(2) Reservoir No. 5. 

The lands in and immediately surrounding Reservoir No. 5j 
the town of Southborough and the city of Marlborough, were tal 
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« 

by the Board in behalf of the Commonwealth on Jan. 4, 1896, and 
the contracts for construction which had been made by the city of 
Boston and were in process of execution were assumed by the 
Board. The contracts made by the city of Boston provided for the 
building of the dam and the stripping and preparation of about one- 
half of the territory to be submerged in the reservoir. 

The Metropolitan Water Act required that the city of Boston 

should be reimbursed for all moneys paid for land damages, or 

otherwise, in connection with the building of this reservoir, and for 

the lands taken for the protection of the purity of the water. The 

Board has accordingly examined and audited the accounts for the 

expenditures made by the city of Boston in the taking and pur- 

! base of lands and in the construction of the dam and reservoir, 

' and has caused the city to be reimbursed by the payment of $1,1 18, - 

975.74.* There are, in addition, some claims still unsettled on 

account of the lands which have been taken and the other operations 

if the city. 

Contracts for the completion of the stripping and filling of the 
reservoir, to prepare it for the introduction of water, were made in 
April last, and work was immediately begun under them by the 
various contractors. The dam is nearly finished, and several of the 
contracts for the preparation of the reservoir, which were made by 
the city of Boston, have already been completed. 

Inasmuch as the location of the New York, New Haven & Hart- 
ford Railroad runs through the reservoir, it was necessary, in order 
to connect the separated portions, to construct a new stone arch 
bridge near Fayville in Southborough, and somewhat to widen the 
embankment of the road bed and to riprap the slopes. This work 
was undertaken and vigorously prosecuted to completion at a total 
cost of $33,400.21. 

Considerable work has been required to complete the new high- 
ways, whose construction the city of Boston had undertaken, in 
order to supply the place of the several miles of roads in South- 
borough and Marlborough, within the limits of the reservoir, which 
had been discontinued. 

Such progress has been made in the performance of the various 
contracts still pending that it is believed that the completion of the 
dam and reservoir early in the year 1898 is assured. 

* The final payment of $518,975.74 was made to the city of Boston in Decemberj 1896. 
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Estimates of the sums which will be required to be paid under 
the various contracts for building the dam and constructing the 
reservoir, based upon the work already performed and that which is 
still to be done, amount to a total sum of $1,852,624.25. The sum 
paid by the city of Boston on account of the taking and purchase 
of lands for the reservoir and of other land damages, together with 
the estimated sum due on account of unsettled land claims, and 
including engineering and incidental expenses, amounts to about 
$800,000, so that it is estimated that the total cost of Reservoir No. 
5 will somewhat exceed $2,600,000. In addition to the $l,lliS,- 
975.74 paid in reimbursement to the city of Boston, the payments 
by the Commonwealth on account of Reservoir No. 5 up to Dec. 1, 
1896, have amounted to $747,025.20, and the total of the payments 
made has been $1,347,025.20. 

The various sections of the reservoir and the progress made 
toward the completion of the work, with diagrams showing the 
method of construction of the dam and the system adopted for 
the preparation of the reservoit;'.'|^t; tJte*ilrtrpdu\ition of water, are 
represented on the accompanyiflg^TaBj^-ibeTng Elap; No 4. 

Tables showing the names pf the various coiitractors, the esti- 
mated amount and value of tha work to be donei and the amount 
completed in December, 1896, jsyilljJevfwiiaM the Appendix. 

As the lower portions of the*.i:esejr,Yalfcj»i:ft.p):fipared to receive the 
water, the work of filling the reservoir will soon be begun, and it is 
believed that suflScient water will be collected the present season so 
that, in case the necessity therefor shall arise in the coming summer, 
a substantial addition may be afforded to the existing supply of the 
city of Boston. 

(5) Main Distributing Pipe Lines, 

Two main lines of 48-inch cast-iron pipes are projected to be laid 
from the Chestnut Hill Reservoir to Spot Pond, which is to be used 
as a storage and distributing reservoir for the city of Boston and 
other lower portions of the Metropolitan Water District. Pipes 48 
inches in diameter and pipes of lesser dimensions are also to be 
laid to connect with the various cities and towns in the Metropolitan 
District. 

The first contract for the manufacture of the pipes was made on 
Dec. 27, 1895, and subsequent contracts have from time to time 
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made for furnishing additional pipes, to an amount in all of 
^20 tons. More than two-thirds of the pipes estimated as neces- 
have already been contracted for, and a large portion of this 
bnt has been delivered. 

fbe work of laying the pipes was begun in May last. Contracts 
[e been made for laying nearly the whole length of one of the 
In lines from Chestnut Hill Reservoir to Spot Pond, extending 
I ugh Brookline, Brighton, Cambridge, Somerville, Medford, 
iden, Melrose'and Stonehara. Permission to cross the Charles and 
^8tic rivers was given by the Board of Harbor and Land Commis- 
lers of the Commonwealth, and was also, on recommendation of 
I. S. M. Mansfield, U. S. A., accorded by the Secretary of War. 
larger part of this line has already been completed. Contracts 
re also been made for laying branch pipe lines in Medford and 
ilden, and in Everett, Chelsea and Kevere, and a considerable 
tion of the work under these contracts has been finished. A 
Lion of the second main line to Spot Pond has also been laid, 
pipes already laid extend a distance of about 15 miles. 
The contracts for furnishing pipes, according to estimates based 
)n those already furnished and the approximate value of those 
ill to be furnished, amount to $869,424.86. The approximate 
lount of contracts made for the laying of pipes, under a simi- 
estimate, is $166,836.33. Miscellaneous contracts in connection 
^th pipe lines amount to $18,279.59. The total amount of con- 
icts for the distributing system is $1,054,540.78. Payments made 
contracts for pipes and valves up to Dec. 1, 1896, amount to 
)35,109.40, and on contracts for pipe laying amount to $116,881.83. 
There is little doubt but that at the end of the year 1897 the 
lestnut Hill Reservoir and Spot Pond will be connected by one of 
he main lines, and connections will be made from the Chestnut Hill 
teservoir or Spot Pond with the most of the cities and towns in the 
letropolitan Water District. 

The accompanying plan, being Plan No. 5, shows the location of 
le various pipe lines, the difierent dimensions of the pipes, the 
ortions contracted for, both laid and not laid, and other lines pro- 
moted, with the character of the service and other details. 
There will be found in the Appendix the details of the various 
)ntracts made for furnishing and for laying the pipes and valves 
iid for the miscellaneous work. 
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(4) Nashua Dam and Reservoir, 

No taking has as yet been made of the waters of the south branch 
of the Nashua River, nor have any of the lands to be included in 
the Nashua Reservoir been taken under the Act authorizing the 
taking of the waters and lands. 

The surveys and investigations necessarily preliminary to the 
construction of the dam in Clinton and the Nashua Reservoir have 
been pushed forward as fast as possible ; but they have not reached 
such a degree of completion as to permit the making of definite 
plans and specifications ; and consequently the time has not yet been 
reached when a satisfactory taking of the waters and lands can be made. 

Negotiations, however, have not only been carried on for the 
settlement of the damages to the various mill propeiti^s in the 
basin of the Reser^piirt-lHjt also the claims for damages for water to 
be diverted have* bfeferi-'cdnisidered, and in some cases settlements 
have beeb/eflfccteil;' •itidsniuch, also, as it has not seemed proper 
for the Board yet to make^r the taking, under the right of eminent 
domain c^nt^p^p}Htcd<'b|j^H*he'Act, it has been the policy of the Board 
to enter 6itf) h>'ov'>1|^tions with all parties who desire to meet it, 
and who (fesirc^ftrrany reasons to surrender their properties before 
the takings arc made. It is believed that in this way not only the 
requirements of the Board will be better satisfied, but also that the 
convenience and best interests of the parties who are to sufier from 
the loss of their estates will be better subserved than by a summary 
taking and divesting of ownership or occupation. 

Settlements have been effected with the West Boylston Manufact- 
uring Company and the Clarendon Mills of West Boylston, and the 
properties of both these corporations have been conveyed to the 
Commonwealth. The corporations are permitted, however, under 
the agreement made, to occupy their estates for a considerable 
period, or until they shall be needed for the purposes of the work. 
The number of acres conveyed to the Commonwealth by these cor- 
porations was 260. 

A settlement has also been effected with the Locks and Canals 
Company of Lowell and the Essex Company of Lawrence for the 
damages which will be occasioned by the diversion of the water of 
the Nashua River. 

Purchases have been made from 54 private parties of estates in 
Boylston, West Bo} Iston, Clinton and Sterling, situated within the 
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proposed limits of the Reservoir. Tliese purchases include both vil- 
lage property and farms, and also the Catholic churches in West 
Boylston and Boylston, and comprise an area of about 950 acres. 

The amount paid to Dec. 1, 1896, for lands, buildings and water 
rights in connection with the reservoir has been $863,164, and the 
conveyances embrace an area of 1,210 acres. An additional amount 
of $203,000 was paid on account of damages for the diversion of water. 

Borings and other investi^rations have been constantly in progress, 
n order to ascertain the best location for the main dam and also for 
be north and south dikes. Good progress has been made in both 
' rections, and it is believed that the work preliminary to the con- 
*ruction of the dam can be entered upon during the coming season, 
ad that plans and specifications can also be made and contracts for 
lonstruction awarded. 

Considerable progress has also been made in the surveys for the 
elocution of the various roads in the towns in which the Reservoir is 

be constructed. Plans have already been nearly completed for the 
aying out of the new road to take the place of the river road, so 
ailed, running from Clinton through Boylston Centre to Worcester, 
nd its route will probably be definitely determined and its con- 
truction be begun early in the year 1897. 

Surveys have been made for the relocation of the Central Massa- 
husetts division of the Boston & Maine Railroad, but no definite 
ction has been taken. No disturbance will be made for a consider- 
ble period of time of the present location of the railroad. 

(5) Spot Pond and Vicinity. 

Many surveys and investigations have been made of the territory 
urrounding Spot Pond in order to ascertain what work shall be 
lecessary in order to adapt it to the purposes of a storage and dis- 
ributing reservoir, and investigations have also been carried on and 
)lans have been completed for the purpose of determining the most 
easible routes for the water pipes through the Middlesex Fells, now 
unbraced within the limits of the metropolitan park system. Borings 
nd other examinations have been carried on in the Fells for defi- 
itely determining the best location of the high-service reservoir, 
'hich was contemplated to be built in the Fells. The various 
ivestigations will be continued and will probably all be finished 

1 the coming year. 
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(6) Pumping Station at Chestnut Hill. 

The necessity of providing at an early date for a pumping engine 
for the high service, to be used in connection with the present pumj)- 
ing engine at the Chestnut Hill station, in Boston, has caused the 
Board, afier careful and thorough investigations, to arrange for a 
contract with the Edward P. Allis Company of Milwaukee, Wis., 
for the building of a pumping engine having a capacity to lift 
30,000,000 gallons of water per day. It is the intention of the 
Board that the engine shall be completed and placed in position by 
the middle of the year 1898. 

IV. The Admission of Other Municipalities into the Met- 
ropolitan Water District. 

In accordance with the application made by the city of Quincy, 
investigations have been made as to the proper method of furnishing 
that city with a sufficient supply of water. It was found desirable, 
instead of erecting a large tank on Forbes Hill in that city, to ereci 
a small standpipe and reservoir in that location, which should be 
sufficient to provide for a storage of water sufficient to meet the de- 
mands of any emergency which might occur. 

Negotiations with that end in view have accordingly been in prog- 
ress with the mayor and city council of that city, and arrangements 
have been effected by which it is anticipated that the city of Quincf 
will be admitted into the Metropolitan Water District at an earlj 
date. 

Conferences have been had with representatives of several of ti». 
other municipalities lying within ten miles of the State House, ai 
not now included in the Metropolitan Water District, and in one or] 
two instances with representatives from towns situated more rem< 
from the State House, in relation to their admission into the district 
or to their obtaining a supply of water from the new system, but no 
definite action has as yet been taken by any of these municipalities. 

V. Financial Statement. 

The Board presents in abstract, as required by the act of the Legis- 
lature, the following accounts of its expenditures and disbursements, 
receipts, assets and liabilities. 

I 
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(1) Expenditures. 

The total amount of expenditures for the year ending Nov. 30, 
1896, is $3,563,818.58, and the total amount from the time of the 
organization of the Board, July 19, 1895, is $3,613,310.33. The 
general character of these expenditures is as follows: — 



For the Year ending 
Nov. 3U, 1896. 



From the Bejjlnninjr of the 
Work 10 Dec. 1, 18%. 



Administration. 

Commissioners, 

Secretary and auditor, 

Clerks and stenographers, 

Legal services, . 

Travelling, 

Stationery and printing, . 

Postage, express and telegrams, 

Farniture and fixtures, . 

Alterations and repairs of building. 

Telephone, lightinsr, heating, water 
and care of building, . 

Miscellaneous expenses, . 



Engineering, 

Chief engineer and department en 
gineers, 

Principal assistant engineers, . 

Engineering assistants, . 

Consulting engineers, 

Inspectors, .... 

Railroad and street-car travel, 

Wagon hire, .... 

Stationery and printing, . 

Postage, express and telegrams. 

Engineering and drafting instru 
ments and tools, . 

Engineering and drafting supplies, 

Books, maps and photographic sup 
plies, 

Furniture and fixtures, . 

Alterations and repairs of building 

— main office, 

Alterations and repairs of building 

— sub-offices. 

Telephone, lighting, heating, water 
and care of building, — main office. 

Telephone, lighting, heating, water 
and care of building, — sub-offices. 

Bent of offices and other buildings. 
Amounts carried forward ^ . 



^15,166 67 

6.176 00 

4,309 95 

2,334 00 

132 68 

1,358 76 

255 35 

359 60 

76 09 

808 50 
480 40 



$19,483 28 

14,627 85 

89,852 44 

5,361 10 

19,340 96 

3,238 38 

2,155 II 

4,083 13 

896 72 

6,649 83 
4,859 69 

864 14 
3,586 68 

208 91 

16 06 

1,349 67 

1,605 11 
1,076 78 



$31,456 00 



$178,256 77 $31,466 00 



$19,533 60 


7,615 33 


6,119 02 


2,334 00 


163 59 


1,768 60 


287 25 


2,504 14 


1,606 31 


1,138 18 


742 11 


«40 710 y. 


$24,219 84 


15,216 56 


101,928 46 


5,361 10 


19,340 96 


4,126 44 


2,492 96 


4,433 28 


991 23 


9,851 48 


5,929 48 


1,199 81 


7,763 58 


2,154 91 


16 06 


1,372 45 


1,637 46 


1,205 43 


$209,244 62 $42,712 13 
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For the Year ending 
i<ov. 80, 1896. 



From ihe Beglnninjf of the 
Work to Dec. 1, 1896. 



Amounts brought forward^ 
Engineering — Con. 
Field offices and sheds, . 
Clinton office building, . 
Unclassified supplies, 
Miscellaneous expenses, . 

Construction* 

Preliminary worit (borinpts. sound- 
ings, test pits and other investi- 
gations) : — 

Advertising, .... 

Labor, 

Medical service, analyses, etc.. 

Travelling, .... 

Rent, 

Water rates, .... 

Freight and express, . 

Jobbing and repairing, 

Tools, machinery, appliances 
and hardware supplies. 

Castings and iron work, 

Iron pipe and valves, . 

Blasting supplies, . 

Paint and coating. 

Fuel, oil and waste. 

Lumber and field buildings. 

Brick, cement and stone. 

Sand, gravel and filling. 

Unclassified supplies, . 

Miscellaneous expenses. 



2, 

Section 3, 
Section 4, 
Section 5, 
Section 6, 
Section 7, 



Contracts, Nashua Aqueduct : — 
E. D. Smith & Co., Section 
E. D. Smith & Co., 
Silvio Casparis, 
Silvio Casparis, . 
Silvio Casparis, . 
Silvio Capparis, 
Jones, Pollard & Co., Section 8, 
Silvio Casparis, . Section 9, 
Silvio Casparis, . Section 10, 
Moulton&O'Mahoney, Section 11, 

Contracts, Sudbury department: — 
Moulton&O'Mahoney, Dam No. 5, 
Auguste Saucier, . Section A, 
Moulton & O'Mahoney, Section B, 

AmourUs carried forward^ 



$178,255 77 


$31,456 00 


$209,244 52 


449 77 




449 77 


3,636 02 




3,636 02 


2,651 29 




3,296 31 


1,763 68 


186,756 53 


2,307 39 



$1,419 26 
20,669 28 
410 83 
643 97 
23 00 
772 77 
187 78 
252 29 

10,808 15 

34 85 

1,439 00 

23 35 

117 81 

263 84 

3,289 54 

17 59 

157 55 

366 86 

41 30 



$24,525 00 
38,389 50 

9,803 12 
10,279 08 

8,747 73 
15,709 77 
17,676 98 
14,712 91 
63,699 32 
979 20 



$211,329 60 

681 99 

40,304 58 



40,939 02 



204,522 61 



$1,419 26 
23.779 91 
433 83 
710 72 
28 00 
897 81 
239 36 
316 29 

12,200 20 

70 87 

1,896 85 

31 60 

123 81 

263 84 

3,634 55 

53 59 

157 55 

597 82 

41 30 



$24,525 00 
38,389 50 

9,803 12 
10,279 08 

8,747 73 
15,709 77 
17,676 98 
14,712 91 
63,699 32 
979 20 



$252,316 17 $463,674 16 



$211,329 60 

681 99 

40,304 58 



$42,712 ] 



218,934 ( 



46,897 



204,522 ( 



$252,316 17 $513,065 
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For the Toar ending 
Hov. 30, 1896. 



From the Beginning!: of the 
Work to Dec. 1, 1896. 



Section D, 
Section E, 
Section F, 
Section O, 



Amounts brought forward, 

Construction — Con. 

Contracts, Sndbury departm't — Con. 

Malone & Strang, . Section C, 

Augaste Sander, . 

Charles Lineban, . 

Newell & Snowling, 

Charles Linehan, . 

Moulton & O'Mahoney, Section H, 

Harry P. Nawn, . Section I, 

Moulton & O'Mahoney, Section J, 

Blagen & Bush, . Section K, 

Moalton & O'Mahoney, Section L, 

Harry P. Nawn, . Section M, 

Thos. Nevins & Son, Section N, 

Washburn & Wa8hbum,Section 0, 

Harry P. Nawn, . Section P, 

Washburn & Washburn, Section Q, 

Henry Parsons, . Iron fence, 

John Berry, . . Filter beds, 

Holbrook, Cabot & Daly, Stone 

arch bridge, 

New York, New Haven & Hart- 
ford Raiirpad Company, Tem- 
porary bridge, 

Contracts, distribution department ; — 

Cuman & Hochstadter, Section 2, 

Snyder & Williams, Sections 4 

.and 11, 

D. F. O'Connell, . Section 6, 

C. H. Eglee Company, Sections 7 

and 13, 

Collins & Ham, . 

J. H. McKnight, . 

George Goodhue, . 

Collins & Ham, . 

B. D. Wood & Co., 

McNeal Pipe and Foundry Com- 
pany, . . Iron pipes, 

Warren Foundry and Machine 
Company, . . Iron pipes, 

Howard Harrison Iron Company, 

Iron pipes, 

Josiah H. Long, . . Valves, 

New Jersey Steel and Iron Com- 
pany, . . . Sieel work, 

Chelmsford Foundry Company, 

Castings, 

Amounts carried forward, 



Section 14, 
Section 15, 
Section 16, 
Section 18, 
Iron pipes. 



$252,316 17 $463,674 16 



60,616 25 
28,499 82 
23,123 90 
18,093 37 
11,009 56 
24,977 42 
36,561 68 
29,764 62 
21,901 18 
22,701 12 
20,538 38 
37,249 38 
19,136 78 
26,820 75 
30,264 54 
5,142 54 
896 79 

20,549 43 



3,731 06 



$39,517 92 

24,600 84 
13,744 70 

21,330 83 

2,513 53 

10,538 43 

2,516 87 

2,118 71 

207,419 30 

153,990 07 

107,829 91 

63,593 82 
2,276 30 

1,041 00 

733 59 



683,894 74 



653,765 82 



$252,316 17 $513,065 91 



50,616 25 
28,499 82 
23,123 90 
18,093 37 
11,009 56 
24,977 42 
36,561 68 
29,764 62 
21,901 18 
22.701 12 
20,538 38 
37,249 38 
19,136 78 
26,820 75 
30,264 54 
5,142 54 
896 79 

20,549 43 



$l,b01,334 72 



3,731 06 



$39,517 92 

24,600 84 
13,744 70 

21,330 83 

2,513 53 

10,538 43 

2,516 87 

2,118 71 

207,419 30 

153,990 07 

107,829 91 

63,593 82 
2,276 30 

1,041 00 

733 59 



683,894 74 



663,765 82 



$1,850,720 47 
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AmounU brought forward, 




(1,801,334 72 




$1,850,726 47 


Crmttniclioti — Cod. 










AdiiilionHlivorlci — 










Labor, 


«IO,03S 38 




•10,035 38 




Medical eervlce 


6(10 




6 00 




Tcavelling 


t40U 




140 14 




Bent 


300 00 




300 00 




WHWr rates, 


4 M 




460 




Fietgtil and eUptcid, ■ 


239 80 




239 80 




Jobbing and njpalrins, 


29138 




294 38 




iiara«iire tuppliBs, ■ . - 


1,624 97 




1,624 97 




Castings anil icon woik, 


502 99 




603 99 




Iron pipe and TaWcB, • 


1,277 19 




1,277 19 




Faint and coating. 


1,057 89 




1,057 89 




Fuel, oi] and waste, . . - 


12 63 




12 63 




Lumljer and Held buildings. 


1,561 40 




1,361 40 




Drainpipe. 


73 69 




73 69 




Bricli, cement and lUme, . 


227 80 




227 80 




Siind, gravel and filling, . . 


863 90 




363 90 




Municipal and coTporallon work, 


2,249 80 




2,249 80 




ruiice service, . . . . 


19,980 38 




19,950 36 




Sanitary inspection, . 


1,B77 76 




1,577 75 




Ij'nciasBllied iupplios, ■ 


89 06 




89 05 






64 61 


41,654 23 
3,277 32 


64 61 


41,BS4 23 
3,277 32 


Legal and expert serrlces. 






Real BiiaU. 










Legal and expert: — 










Connsel and aasislantB, 


»4,»B31 




»4,295 31 




Conveyancer and aabistanls, 


14,186 19 




14,185 19 




ExperU, 


4,876 12 




4,875 12 




Appraiier 


464 78 




464 78 






1,024 47 




1,024 47 




ConTeyancing eKpenses, 


424 32 




424 32 






60 93 




60 95 




Setilementa, 


877,988 00 




877,988 00 




Taxes and tai equivalents, . 


1,626 02 




1,626 02 




Care and disposal 


313 68 


909,257 74 


313 68 


905,257 74 


















Legal services 




1,130 67 




1,130 67 


Ctaimi on Aceotmt of Diveriioa of 






Water. 










Legal services, 


J3,740 98 




(3,749 98 




ExiKirtaerviuca 


2,970 41 




3,070 41 




Settlements 


203,000 00 




203,000 00 








209,720 39 
(2,962,276 07 




209,820 39 






Amountt carried forviari. 


(3.011,766 82 
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For the Year ending 
A'ov. CO, 1896. 


From the Beginnhitr of the 
Work to i>ec. 1, 1896. 


Amounts brought forward ^ 


. 12,962,275 07 


$3,011,766 82 


Purchase of Water Works, 






Legal and expert; — 






Legal services 


$1,538 51 


$1,538 51 


Miscellaneous expenses, 


5 00 


5 00 


Keinibnrsement, city of Boston (for 
Ke&ervoir No. 5),* 


600.000 00 


600,000 00 

. . fiOl M'\ fil 








Total 


. $3,563,818 58 


$3,613,310 33 



The expenditures have been distributed among the various objects 
or works as follows : — 



For the Year ending 
Nov. 30, 1896. 



General administration, applicable 
to all parttf of the work. 



Nashua Dam atid Reservoir, 

Main dam, engineering, . 

preliminary work, . 

North dike, engineering, . 

preliminary work, 

South dike, engineering, . 

preliminary work. 

Removal of soil, engineering, . 

preliminary work, 

Relocation of railroads, engineering, 

Roads and bridges, engineering. 

Real estate : — 

Engineering, . . . . 

Legal and expert, 

Mill property and water rights, . 

Other property for reservoir and 
margms : — 

Clinton, 

Boylston, 

West Boylston, 

Sterling, 

Outlying property : — 

Clinton, 

Boylston, 

West Boylston, 

Amounts carried forward, 



From the Beginning of the 
Work to Dec. 1, 1896. 



$9,512 67 

17,490 88 

2,539 31 

6,727 91 

395 67 
2,370 68 
4,794 44 

879 15 
1,001 11 
2,285 64 

19,705 35 

16,286 10 

765,000 00 



17,350 00 

19,905 00 

55,325 00 

675 00 

3,609 00 
370 00 
930 00 



$31,456 00 



$947,152 91 $31,456 00 



$12,191 35 

22,248 51 

2,759 31 

6,727 91 

480 67 
2,370 68 
6,175 94 

879 15 
1,387 61 
2,465 64 

22,166 76 

16,286 10 

765,000 00 



17,350 00 

19,905 00 

55,325 00 

675 00 

3,609 00 
370 00 
930 00 



$42,712 13 



$959,303 63 $42,712 13 



* The additional sum of $518,975 74 waa paid to the city of Boston Id December, 1896. 
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For the Tear ending 
Hor. 30, 1896. 



From the Beginning of the 
Work to Dec 1, 1896. 



AmowUs broitght forward^ 

Nashtta Dam and Reservoir — Con. 

Real estate — Con. 

Taxes, care and disposal , . 

Legal and expert (except in real 
estate), 



Nashua Aqueduct, 
Engineering, . 
Legal and expert, . 
Preliminary work, . 
Contracts : — 

Masonry in tunnel. 

Masonry in trench, 

Assabet bridge, 

Open channel. 
Additional work. 
Real estate : — 

Property in Berlin, 

Property in Clinton, 

Property in Northborongb, . 

Property in Marlborough, . 

Property in Soutbborougb, . 
. Care and disposal, 

Dam and Reservoir No. 3, 
Dam : — 

Engineering, .... 

Preliminary work. 

Contracts, .... 

Additional work, . 
Reservoir : — 

Engineering 

Preliminary work. 

Contracts, .... 

Additional work, . 

Protection and improvement of sup 
ply: — 

Engineering, . 

Contracts, 

Clonal work, . 

\te: taxes, care 
» • • • 
1 expert, . 

lement, city of Boston,* 



and 



dis 



mf 



iirdf 



$947,152 91 $31,456 00 



166 72 



1,130 67 



$50,930 25 


8,311 65 


2,256 50 


66,450 04 


129,416 39 


17,676 98 


979 20 


8,903 77 



5,125 00 
6,600 00 
362 50 
650 00 
700 00 
202 75 



$9,019 39 

464 22 

211,329 60 

2,677 82 

29,836 92 

333 12 

471,668 35 

16,548 84 



851 63 

896 79 

91 27 

1,670 13 

1,737 12 

600,000 00 



948,450 30 



287,465 03 



1,347,025 20 
$2,614,396 63 



$959,303 63 $42,712 1 



166 72 
1,130 67 



$60,990 18 
8,311 65 
3,426 01 

56.450 04 

129,416 39 

17,676 98 

979 20 

8,903 77 

5,125 00 
5,600 00 
362 50 
550 00 
700 00 
202 75 



$9,019 39 

461 22 

211,329 60 

2,677 82 

29,836 92 

333 12 

471,668 35 

16,548 84 

851 63 

896 79 

91 27 

1,670 13 

1,737 12 

600,000 00 



960,601 C 



298,694 4 



1,347,025 2< 
82,649,032 8: 



of $618,976.74 wai paid to the city of Boeton in December, 1896. 
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For the Tear ending 
Nov. 30, 1896. 



From the Beginning of the 
Work to Dec. 1, 1896. 



AmourUa brought forward^ 


... 


Distribution System, 




Low service : — 




Pipe lines, engineering, 


$31,240 52 


preliminary work, 


8,032 74 


contracts, . 


441,334 27 


additional work, . 


11,116 93 


Fnmping station, engineering, . 


1,920 09 


preliminary 
work, . 


8 00 


Reservoir, Spot Pond, 




engineering, 


2,947 10 


preliminary and addi- 
tional work, . 


560 21 


Heal estate, Boston, 


2,486 50 


Legal and expert, .... 


1,541 66 


Northern high service : — 




Pipe lines, engineering. 


$8,155 74 


preliminary work. 


1,366 37 


contracts, . 


69,631 99 


additional work, . 


1,546 62 


Fnmping station, 




engineering. 


567 83 


preliminary and addi- 
tional work, . 


31 00 


Beservoh:, Middlesex Fells, 




engineering. 


2,611 11 


preliminary work, 


483 82 


Legal and expert, .... 


132 78 



Son them high service : — 

Pipe lines, engineering. 

Pumping station, engineering. 

Reservoir, Qaincy, engineering 

and preliminary. 

Legal and expert, .... 

Extra high service, engineering. 

Pipes, valves, castings, etc., at stock 
yards, on hand November 30, . 

Claims on Account of Diversion of 

Water, 
Engineering, 

Legal and expert, .... 

Settlements, 

Examination of Existing Water 

Works, 

Engineering, 

Legal and expert, .... 



Total expenditures, 



$2,614,396 53 



$1,391 88 
453 40 

638 18 
1,948 33 



$5,734 67 

6,720 39 

203,000 00 



$34 00 
193 33 



501,188 02 



84,517 26 



4,431 79 
286 73 

143,315 86 



215,455 06 



227 33 



$3,563,818 68 



$2,649,032 82 



$42,038 76 
8,056 74 

441,334 27 

11,116 93 

2,666 12 



8 00 


3,017 10 


560 21 


2,486 50 


1.541 66 


$9,491 18 


1,373 37 


69,631 99 


1,546 62 


849 06 


31 00 


2,712 91 


483 82 


132 78 


$1,803 20 


568 40 


730 68 


1,948 33 





$6,320 17 

6,820 39 

203,000 00 



$123 40 
193 33 



612,826 29 



86,252 73 



6,060 61 
376 73 

143,316 86 



216,140 56 



316 73 



$3,613,310 33 
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(2) Receipts, 

The total amount of receipts from rents, sales of property, etc., 
from Jan. 4, 1896, to Nov. 30, 1896, was $3,400.57. The sources 
of these receipts are as follows : — 



Forfeiture for contract awarded but not executed, 

Rentals from real estate, 

Sale of real estate and buildings, 

Land products, 

Labor, tools, supplies, etc., 



♦500 00 
2,047 65 

459 00 

821 25 
72 67 

$3,400 57 



The foregoing receipts have been credited to the various objects 
or works as follows : — 



Southborough Dam and Reservoir, |2,037 85 

Nashua Dam and Reservoir, . . ' . . . . 783 84 

Kashua-Sudbury Aqueduct, 78 88 

Distribution system, low service, 500 00 

$3,400 67 

{3) Assets. 

The value of the assets is given, as far as practicable, at cost 
prices : — 

Desks, chairs, safes, drafting tables, plan cases, type-writing ma- 
chines, electrical fittings and general oflSce furniture and fixtures, f 12,000 00 
Record books, stamps, stationery and general office implements and 

supplies, 2,800 00 

Transits, levels, planimeters, scales and other engineering instru- 
ments ; drafting paper and general drafting supplies ; outfits for 
cement testing, blue printing, photography, etc., .... 16,400 00 

Atlases, maps, portfolios and reference books, 700 00 

Railroad and electric road tickets, 1,000 00 

Horses, vehicles and stable supplies, 1,500 00 

Revolvers, handcuffs, belts and other police supplies, . . . 600 00 

Engines, pumps, boilers, derricks, diamond and other drills, lumber, 

field buildings, tools and general construction supplies, . . . 15,800 00 
Stock for construction work (iron pipes, valves, man-hole castings, 
etc.) 142,800 00 



1193,500 00 



I 
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There are numerous note and calculation books, studies, plans, 
etc., of great value to the Board, to which no stated value can be 
assigned ; also real estate in the proposed Nashua Eeservoir ; the 
nearly completed dam and the partially completed reservoir in 
Southborough and Marlborough ; a portion of the Nashua Aque- 
duct ; and several miles of pipe line. 

(4) Liabilities. 

Unpaid bills, 18,300 00 

Amount due on monthly pay rolls, 6,600 00 

Amount due for police service in Southborough, .... 1,000 00 
Reserved on approved monthly estimates for work done (not due 

until completion of contracts), 315,566 34 

Balance due city of Boston for taking of Reservoir No. 5, Jan. 4, 

1896,* 518,975 74 

f849,442 08 

In addition to the above there are amounts which will be due on 
various contract sections from the time of each last monthly esti- 
mate to Nov. 30, 1896. 

VI. The Work accomplished and in Progress. 

Contracts have been made by the Board for performing substan- 
tially all the work which is required to bring the waters flowing in 
the south branch of the Nashua River from the site of the proposed 
dam at Clinton to a connection with the Sudbury system, now oper- 
ated by the city of Boston, and for the distribution of the water 
among the most of the cities and towns of the Metropolitan Water 
District. 

These contracts are 45 in number, besides the 11 contracts for 
building the dam at Southborough and Reservoir No. 5, which have 
been assumed by the Board. 

All of these contracts require the completion of the work to be 
performed under them during the year 1897. In almost all cases 
the work has been progressing favorably, and in some cases more 
speedily than was contemplated under the terms of the contracts. 
In a few instances the work has not been carried on so fast as to be 
• satisfactory to the Board. Such progress, however, has been made, 
that it is believed, unless some unforeseen exigency shall arise, this 

* The amount of this balance was paid to the city of Boston ia'D^^^\!Ci\Ax^'SSS^. 



/ 



28 METROPOLITAN WATER BOARD. [Jan. 

work will be so far completed that, on or at an early date after Jan. 
1, 1898, the additional supply of water to be famished from the 
Nashua River will be afforded to the portions of the Metropolitan 
District which are in argent need of an increased supply. By the 
near completion of the dam at Southborough and the preparation 
of the lower portions of the Reservoir No. 5 a considerable amount 
of water will be stored in that reservoir during the early winter and 
spring months of the year 1897, so that in case of urgent need a 
substantial addition may be made to the existing supply from the 
Sudbury system. 

The estimated value of the work to be performed under the 45 
contracts awarded by the Board and of the work remaining to be 
performed under the 11 contracts made by the city of Boston, when 
they were assumed by the Board, is $3,641,717.88. The estimated 
value of the work performed, subject to the direction of the Board, 
under all these contracts, to December, 1896, was $2,029,022.12. 

The expenditures of the Board to Dec. 1, 1896, chargeable to 
administration, have been $42,712.13 ; to engineering, $218,934.01 ; 
to construction, $1,633,911.88 ; to real estate, damages and diver- 
sion of water, $1,116,208.80; and to the purchase of the water 
works of the city of Boston, $601,543.51, — a total of expenditures 
of $3,613,310.33. The additional sum of $518,975.74 was paid to 
the city of Boston in December, 1896. 

The preliminary investigations have so far progressed that it is 
anticipated that during the coming year contracts will be made for 
the building of the great dam in Clinton, for the construction of a 
portion or the whole of the North Dike, for the stripping and prep- 
aration of a portion of the lands to be included in the Nashua 
Reservoir, for the laying of the remaining portions of the main 
distributing pipe lines in the Metropolitan District and for the, con- 
struction of pumping engines and stations, and for building a high- 
service reservoir in the Middlesex Fells. It is also expected that 
plans will be advanced, if not completed, for the improvement of 
Spot Pond as a great storage and distributing reservoir. 

It is gratifying to be able to state that the extended investigations 
and the progress of the work have developed no serious obstacles 
to the entire carrying out of the scheme recommended by the State 
Board of Health and adopted by the Act of the Legislature of 1895, 
and that the expenditures made and contracts awarded have not ex- 
ceeded the estimates then made. 
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VII. The Urgent Need of an Additional Water Supply. 

The continued investigations of the Board have still further con- 
firmed the wisdom of the Legislature of 1895 in urging speedy ac- 
tion for obtaining an additional water supply to meet the increasing 
demand of the city of Boston and the other municipalities consti- 
tuting the Metropolitan Water District, and for providing against 
the contingencies of a season of drought .or moderate rainfall. It is 
certain that the work imposed upon the Board was undertaken none 
too soon, and that every reasonable effort should be made to hasten 
the operations which are in progress to secure a safe and ample 
supply of water. 

The report of the chief engineer, explaining in detail the opera- 
tions of the engineering department, and various explanations and 
tables, are herewith presented. 

Respectfully submitted, 

HENRY H. SPRAGUE. 
WILMOT R. EVANS. 
HENRY P. WALCOTT. 

Boston, Jan. 1, 1897. 
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REPORT OF THE CHIEF ENGINEER. 



To the Metropolitan Water Board. 

Gentlemen : — The following is a report of the operations of the 
eDgineering department for the year ending Dec. 31, 1896. 

Organization. 

On Jan. 4, 1896, it became necessary to increase the engineering 
force in order to carry on the work of completing the unfinished 
Reservoir No. 5, in Southborough, which was on that date taken 
from the city of Boston under the provisions of the metropolitaD 
water act. Upon the taking of this reservoir the Sudbury depart- 
ment was organized, with Mr. Desmond FitzGerald, who had been 
in charge of this work from its inception, as department engineer, 
and with nearly all of the engineers previously employed upon this 
work by the city of Boston, as assistants. 

At the beginning of the year Mr. Thomas F. Richardson, engineer 
of the aqueduct department, not only had charge of the aqueduct, 
but was temporarily in charge of all work connected with the dam 
and reservoir to be built upon the Nashua River above Clinton. 
After the work of constructing the aqueduct was well under way, 
his duties increased to such an extent that it was thought desirable 
to organize another department; and on May 21 Mr. Hiram A. 
Miller, who previously had general charge, under Mr. Richardson, of 
the surveys for the reservoir, was appointed as engineer of the reser- 
voir department. Mr. Richardson was at the same time given per- 
manent charge of the main dam and was also retained temporarily 
in charge of the borings and other preliminary investigations for the 
dikes of the reservoir ; his title was also changed to engineer of 
the dam and aqueduct department. 
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After making these changes, the engineers reporting directly to 
the chief engineer were as follows : — 

Dexter Brackett, . . Engineer^ Distribution Department, 

Desmond FitzGerald, . Engineer, Sudbury Department, 

Thomas F. Richardson, . Engineer, Dam and Aqueduct Department, 

Hiram A. Miller, . . Engineer, Reservoir Department, 

Reuben Shirreffs, . . Principal Office Assistant. 

Morris Knowles, . . Office Assistant, 

Mr. Joseph P. Davis and Mr. A. Fteley have continued to act as 
consulting engineers. 

The engineering force has been increased from time to time during 
the year, in accordance with the requirements of the work. At the 
beginning of the year the engineering force numbered 68, and at the 
end of the year 146. In addition to members of the engineering 
force who were engaged upon the inspection of the work, other in- 
spectors have been employed to inspect pipe making, pipe laying, 
masonry and earthwork. The maximum number so employed at any 
time was 30. Small gangs of men, under the immediate direction 
of foremen and the general direction of the engineers, have been 
employed to handle the water pipes received at the pipe yards, to 
make borings, to repair roads and to do other preliminary and minor 
work. The maximum number so employed at any time during the 
year was 97, and the number at the end of the year 74. 

General Statement of the Work of Construction. 

In view of the urgent need of an additional water supply in many 
of the cities and towns in the metropolitan district, it has been the 
aim to construct as rapidly as practicable, having due regard to 
economy, those portions of the metropolitan water system which 
would soonest furnish an additional water supply, and serve to dis- 
tribute it to the various municipalities. These portions are the 
aqueduct from the Nashua River to the Sudbury water-shed ; Reser- 
voir No. 5, upon the Sudbury water-shed, already partly constructed 
by the city of Boston, and the main pipe system in the metropolitan 
district, leading from Chestnut Hill Reservoir to Spot Pond and to 
the cities and towns in the district. 

The existing aqueducts and other works of the city of Boston 
have sufficient capacity to carry as much water as is needed by the 
metropolitan water district at the present time from Reservoir No. 
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5 to Chestnut Hill Reservoir. Plan No. 1 shows the location of the 
main features of the metropolitan water system, and the principal 
existing water works of the city of Boston. 

Nashua Aqueduct. 

A plan and profile of the location of this aqueduct are shown 
upon Plan No. 2, and details of the aqueduct are shown on Plan 
No. 3. It has a total length of twelve miles ; the first two miles 
are a tunnel through rock, the next seven miles a masonry aque- 
duct, including a bridge across the Assabet River, and the last three 
miles an open channel, following the course of a brook and extend- 
ing to the upper end of Reservoir No. 5. 

Contracts for this work were made at four different times during 
the year, as follows : — 





Nashua Aqueduct Contracts. 




DATE OF 
CONTKACT. 


Description. 


Name of Contractor. 


Amount.* 


Feb. 14, 1896, 
May 9,1896, 
June 16,1896, 
Sept. 22, 1896, 


Sections 2 and 3, Nashua Aqueduct, 
10,308 feet tunnel, 1,011 feet masonry 
aqueduct. 

Sections 4, 5, 6, 7, 9 and 10, Nashua 
Aqueduct, 35,501 feet masonry 
aqueduct. 

Section 8, Nashua Aqueduct, 359 feet 
bridge over Assabet River, 30 feet 
masonry aqueduct. 

Section 11, Nashua Aqueduct, 15,800 
feet open channel with road bridges, 
and two small dams. 


E.D. Smith & Co., .. 
Silvio Casparis, . 
Jones, Pollard & Co., . 
Moulton & O'Mahoney, 


f 370,826 00 

721,580 60 

64,676 25 

89,470 00 




$1,246,552 85 



* These figurea are baaed upon the engineer's eatimate of the approximate amount of work of 
different kinds to be done. 

The above contracts provide for the completion of the whole 
length of the Nashua Aqueduct, with the exception of the very 
short length next to the Nashua River, which it may not be feasible 
to construct permanently until the masonry dam across the river is 
built. It is proposed during the year 1897 to make a temporary 
connection with the river. 

Owing to a somewhat radical change in the design of the aque- 
»,t, which has proved in practice to be very satisfactory, its care- 
location and the very low prices at which the contracts were 
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made, this work will I»e completed for mucli leas than the amount 
of the original estimate. 

Tunnel. — The progress on the tunnel has been very satisfactory 
indeed, as the total amount of tunnel excavated to December 26, 
meaauriog to the ends of the headings, was 6,170 feet, or 60 per 
of the whole length of the tunnel. The length remaining to be 
ivttted is 4,138 feet, which equals the length excavated in the 
teen weeks ending December 26. 

A portion of the tunnel will require a masonry lining to support 
the roof, and none of this lining has as yet been built, although prep- 
arations are being made to begin the work. 

Masonry Aqueduct. — The progress upon the masonry aqueduct 
has been much leas satisfactory than upon the tunnel. The work 
was let later in the season, and the time consumed in perfecting the 
organization was such that the work was not fully organized until 
the autumn, when it was soon necessary to shut down, on account 
of the cold weather. 

The completed aqueduct has a length of about 1 mile, the lower 
part of the masonry has been built for an additional length of 1,293 
feet, making a total of fj,498 feet, or 18 per cent, of the total length 
to be constructed. The actual progress of the work is considerably 
greater than indicated by the above percentage, because quite a 
length of aqueduct trench is practically ready to receive the masonry ; 
many culverts have been built, and, on the whole, by far the most 
Icull portions of the work have been done. Every endeavor will 
ave tt)is work completed at the end of the next working 






Assahet Bridge. — Although the Assabet bridge was not let until 
June 16, the contractors have prosecuted the work very energeti- 
cally, so that the foundations for all of the seven arches have been 
constructed to a point above the level of the water in the mill pond 
crossed by the bridge, and the arch stones of three of the arches 
have been laid. Most of the stones required for the completion of 
the bridge are on the ground, and there seems to be no reason to 
doubt that the work will be completed ahead of the contract time. 

Open Channel. — The open channel was not let until September 
22, and the progress since that time has been rather alow. The 
amount of work to be done is small in comparison with that upon 
other sections of the aqueduct, and it should be completed without 
difficulty during the coming year. 
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Reservoir No. 5. 

This large reservoir was originally designed by the city of Boston 
for the storage of the water from a portion of the Sudbury water- 
shed, but it will also be valuable in connection with the metropolitan 
system of works, particularly in the next few years, before the stor- 
age reservoir upon the Nashua River is ready for use. 

The construction of this reservoir involves the building of a dam, 
to retain in the deepest place about 65 feet of water, and the removal 
of trees, bushes, soil and muck from the area to be flooded with 
water. The soil and muck removed in the improvement of the 
reservoir are deposited where the water would otherwise be shallow, 
and faced with gravel, so that the reservoir will be surrounded with 
gravelly shares. Where the depth of water would otherwise be less 
than 8 feet, the reservoir is being excavated to this depth. Plan No. 
4 shows the form which this reservoir will have when completed by 
the filling of the shallower portions, and shows the portions excavated 
and to be excavated. 

The first contracts for the construction of this reservoir were made 
by the city of Boston, as follows : one large contract for the dam, 
in 1893, although work upon it was not begun until 1894 ; three 
contracts in 1894, one of them for the improvement of the reservoir 
and two for other work connected with the reservoir and dam ; and 
ten contracts in 1895, seven of which were for the improvement of 
the reservoir and three for building roads, fences and filter beds. 

On Jan. 4, 1896, when the work of constructing this reservoir 
was transferred to the Metropolitan Water Board, there were in 
force one large contract for the construction of the dam, eight im- 
portant contracts for improving the reservoir and two minor con- 
tracts. • These contracts were assumed by the Metropolitan Water 
Board, under the provisions of the metropolitan water act. 

During the year 1896 the Metropolitan Water Board made eleven 
additional contracts, nine of which were for improving the reservoir, 
one for building an arch under and widening the embankment of the 
New York, New Haven & Hartford Railroad, where it crosses the 
reservoir, and another for sluice gates for the dam. 

The following statement gives the gross amount of the contracts 
made by the city of Boston and in force at the time the works were 
taken by the Metropolitan Water Board, the amount of work done 
upon these contracts before they were taken by the Metropolitan 
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Water Board, and the total amount of the contracts assumed and 
made during the year. The figures given are the nearest approxi- 
mations to the final amount of these contracts which can be made at 
the present time : — 

Reservoir No. 5 Contracts. 

Total amount of the uncompleted contracts of the city of Boston, . f 1,051,903 54 
Amount of work done on these contracts by the city of Boston, . 512,000 00 

Amount of work remaining to be done by the Commonwealth, . f 539,903 54 
Contracts made by Metropolitan Water Board, .... 800,720 71 

Total amount of contracts made or assumed by Metropolitan 

Water Board, 11,840,624 25 

The progress on the contracts, as a whole, has been very satisfac- 
tory. The value of work done upon the contract for Dam No. 5, 
up to Jan. 4, 1896, was about $284,000, and the amount done from 
Jan. 4 to Dec. 15, 1896, was about $220,000. The work on this 
dam is nearing completion, and it should be finished within two 
months after resuming work upon the masonry next spring. 

The improvement of the reservoir required the removal of 4,544,- 
000 cubic yards of earth. Prior to Jan. 4, 1896, the city of Boston 
had removed 761,000 cubic yards; from Jan. 4 to Dec. 1, 1896, 
the amount removed under the direction of the Metropolitan Water 
Board was 2,016,000 cubic yards, leaving 1,767,000 cubic yards to 
be removed. The contracts provide that all of this earth shall be 
removed before Dec. 1, 1897, and the rapid progress made upon the 
work this year indicates that the work will be completed on or 
before the time stated. 

Under a requirement of the existing contracts, the improvement 
of the reservoir has been practically completed up to a level 18 
feet below the top of the dam, so that the reservoir can be partially 
filled in the spring of 1897, thereby furnishing a much-needed addi- 
tion to the water supply of the city of Boston. It is expected that 
all of the work connected with the reservoir will be completed dur- 
ing the coming year, so that it may be filled in the winter and 
spring of 1898. 

Distribution. 

The completion of the Nashua Aqueduct and of Reservoir No. 5 
will furnish a suflicient supply of water at Chestnut Hill Reservoir 
in Boston. From this point the water is to be pumped and con- 
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veyed through pipes to the cities and towns of the metropolitan 
water district. It is the aim to construct the pipe systems so that 
they will be ready for use by the end of 1897 ; but, on account of 
the time required to perfect plans for pumps and pumping stations and 
to construct and erect pumps, it will not be feasible to have any new 
pumps ready to operate upon the completion of the pipe lines. The 
surplus pumping capacity of the high-service pumping station of the 
city of Boston at Chestnut Hill Reservoir can be utilized to pump 
water for the cities and towns outside of Boston ; and as these 
pumps will connect with Spot Pond, which has a very large capac- 
ity for a distributing reservoir, it will be feasible to maintain a 
supply in this way until additional pumps are ready for use. In 
carrying out this plan, the completion of one of the lines of 48- 
inch pipe from Chestnut Hill Reservoir to Spot Pond is a most im- 
portant factor, and much of the work during the year has been done 
on this line. 

The principal contracts made during the year in connection with 
the distribution of water may be summarized as follows : — 

11 contracts with four pipe foundries for furnishing 42,875 tons 
of cast-iron water pipe, ranging in diameter from 48 inches to 
6 inches ; the total amount of these contracts is . . . $869,424 86 

5 contracts for pipe laying, representing a total of 19.7 miles of 
pipe, varying in diameter from 48 inches to 16 inches ; the total 

amount of these contracts is 166,836 38 

6 minor contracts, 18,279 69 

f 1,054,640 78 

The progress on these contracts has been very satisfactory, as up 
to the end of Che year 1896 the total quantity of pipe inspected and 
accepted amounted to 38,080 tons, and the amount of pipe laid 
equalled 15 miles. The amount of pipe now on hand in the pipe 
yards in Somerville and Edge worth equals a length of 13.8 miles, 
and the additional length contracted for, but not yet received at the 
pipe yards, equals 4.1 miles. 

The total length of the 48-inch pipe line now being laid from 
Chestnut Hill Eeservoir to Spot Pond is 11.7 miles, of which 7.56 
miles have been laid, and existing contracts cover an additional 1.67 
miles, leaving 2.45 miles for which no contracts have yet been made. 
The pipes across the Charles and Mystic rivers are included in the 
lengths for which contracts have not yet been made. 
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It is expected to so far complete the pipe systems during the year 
1897 that water can be distributed to the cities and towns in the 
metropolitan water district in 1898. 

Summary of Contracts to N'ov. 30 ^ 1896. 

The contracts made and assumed by the Metropolitan Water 
Board from Dec. 27, 1895, when the first contract for construction 
-was made, to Nov. 30, 1896, may be summarized as follows : — 



PORTION OF WORK. 


Number 
of Contracts. 


Amoant. 


Nashua Aqueduct, 

Reservoir No. 5, assumed from the city of Boston 
(uDCompleted portions), 

Reservoir No. 5, made by Metropolitan Water Board, 

Distributing system, 


10 

11 
11 

24 


11,246,662 85 

639,903 54 

800,720 71 

1,054,640 78 


Totals, 

Value of work done on these contracts to dates of 
December estimates, 


56 


13,641,717 88 
12,029,022 12 



Force Employed on Works, 

The largest force employed upon the works at any one time 
during the year was in the latter part of October, 1896, as fol- 
lows : — 




Horses. 



Contractors' force : — 

Nashua Aqueduct, .... 

Dam and Reservoir No. 6, 

Pipe laying, 

Dav labor force, 

Engineers, ...... 

Inspectors, not engineers, . 

Totals, 



1,643 




215 


2,040 




573 


625 


4,108 


67 








79 






166 






29 





4,372 



845 



845 



38 METROPOLITAN WATER BOARD. [Jan. 

A detailed statement of the work done in the different depart- 
ments of the engineering force is as follows : — 

BESEBVOIB DEFABTMENT. 

Hiram A. JMIiller, Department Engineer. 

In this department is included the greater part of the work to 
be done in connection with the construction of the reservoir upon 
the Nashua River above Clinton, exclusive of the dam. The work 
upon the reservoir wa8> as already stated, temporarily in charge of 
Mr. T. F. Richardson, until May 21, when Mr. Hiram A. Miller 
was appointed in charge of this work, reserving, however, to Mr. 
Richardson the completion of the borings and other investigations 
to be used as the basis for locating and designing the dikes. State- 
ments with regard to the dikes will, therefore, be found under the 
head of the dam and aqueduct department. 

The work in this department has been almost wholly of an en- 
gineering nature, as the work of construction has not been begun. 
The force during the greater part of the year has been organized as 
follows : 1 department engineer ; 4 assistant engineers in charge of 
field parties, and a small office force under the immediate direction of 
the chief draftsman of the dam and aqueduct department. The 
assistant engineers are Charles A. Bowman, Chester W. Smith, 
Moses J. Look and Harry J, Morrison, 

The force employed upon this part of the work has varied from 
17, at the beginning of the year, to 25, at the end of the year. 

The main office of the department has been located in Pierce's 
Block, Clinton, and a branch office has been maintained at West 
Boylston. 

Nashua Reservoir. 

Descriptive. — In order that the subsequent statements with re- 
gard to the work done on the reservoir may be understood, I will 
give a brief description and statistics. 

The reservoir is to be formed by constructing a masonry dam 
across a gorge through which the river flows just above Clinton, and 
by constructing dikes to the north and south of the main dam, to 
prevent the water from overflowing from the reservoir in other 
directions. 

The reservoir will flood a very large area, containing a railroad, 
roads, houses, mills and other buildings, and it will be necessary to 
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build roads to take the place of those flooded, and to provide a new 
location for the railroad. 

In order to improve the quality of the water stored in this reser- 
voir, it is proposed to remove all of the soil and vegetable matter 
from its site, so that the water will come in contact only with earth 
which is practically free from organic matter. 

Statistics relating to the Nashua River Reservoir,* 

Area of water surface (acres), . 4,195 

Area of water surface (square miles), 6.56 

Total contents (gallons), 63,068,000,000 

Length (niiles), 8.41 

Maximum width (miles), 2.05 

Total length of shore line, not including the islands (miles), . . 35.40 

Maximum depth (feet), 129 

Average depth (feet), 46 

Length of railroad flooded (miles), , . 6.56 

Length of roads flooded (miles), 19.21 

Buildings flooded : — 

Mills. 6 

Churches, . 4 

School-houses, 6 

Dwellings, 224 

Inhabitants on land required for reservoir, 1,711 

Land Surveys. — Owing to a provision of the metropolitan water 
act, that damages shall be paid for injury to lands not taken for the 
reservoir in West Boylston and portions of Boylston, and to the 
desirability of determining the boundaries of estates of which a part 
is to be taken for the reservoir, the area to be surveyed has been 
very large. Up to December 1 the total area surveyed was 11,523 
acres, or about 18 square miles. Of this, 9,301 acres, or about 14J 
square miles, have been plotted upon sectional plans 24 inches high 
and 36 inches wide, to a scale of 100 feet to an inch. Forty of these 
sectional plans have been completed and tracings of them have been 
i^ade, and 36 are in progress ; about 600 blue-prints of these plans 
have been made. Thirty-nine of the sectional plans have been 
reduced to a scale of 300 feet to an inch, and transferred to other 
sheets. Seven hundred and eleven deeds have been copied and 450 
plots of land have been made from the descriptions contained in the 

* Taken from the report of the Massachusetts State Board of Health upon a metropolitan 
water supply, February, 1895. 
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deeds, in order to compare the deeds with the surveys of the 
ground. One hundred and fifty-three old plans of parcels of 
real estate have been borrowed, and tracings of them have been 
made. 

Relocation of Roads, — Much attention has been given to the ques- 
tion of roads surrounding the reservoir, to take the place of those 
which will be submerged by filling the reservoir. Careful surveys 
have been made to determine the topography, to a considerable 
width, for about 17 miles of road relocation, and estimates of cost 
have been made on 13 miles of road location. One and one-half 
miles of located road have been staked out, and profiles of 12J 
miles of existing roads have been made. 

Relocation of Central Massachusetts Railroad. — Surveys for the 
relocation of the Central Massachusetts Railroad through Oakdale 
have been made by the engineers of the reservoir department ; other 
surveys for the relocation of this road, through Berlin and Clinton, 
have been made by the engineers of the dam and aqueduct depart- 
ment, and will be referred to subsequently. 

Removal of Soil. — In order to determine the depth to which the 
soil should be removed, so as to leave that remaining nearly free 
from organic matter, 59 samples taken at different depths from the 
surface have been sent to Mrs. E. H. Richards, chemist at the Mas- 
sachusetts Institute of Technology, for analysis ; and upon the basis 
of these analyses, and similar analyses previously made for the State 
Board of Health, taken in connection with local examinations of the 
ground made by digging small test holes, the amount of soil to be 
removed has been determined. Eight hundred and sixty-nine test 
holes have been dug for this purpose. 

By far the greater part of the soil to be removed from this reser- 
voir is to be deposited at the site of the North Dike ; but it will be 
more economical and better to dispose of a portion of it in filling 
shallow portions of the reservoir at Oakdale and elsewhere, and sur- 
veys and estimates have been made for this work. 

Accurate Surveys and Levels, — As a basis for surveys of the 
reservoir, 53 triangulation stations, including .4 churches, were accu- 
rately located in 1895, and 5 additional stations were located in 1896. 
Using these triangulation stations as a basis, 21 points have been 
established in the reservoir as a preliminary to dividing the reservoir 
into squares 1,000 feet on a side. As a basis for future levels, 46 
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permanent iron benches, each consisting of an iron rod attached to 
an iron plate sunk deep in the ground, have been put in place, and 
the elevation of these benches above Boston city base has been care- 
fully determined. 

Survey of J^ashua River. — A survey of the Nashua River and 
the mill ponds upon it, together with levels showing the fall of the 
river, have been made by the engineers of the reservoir department. 
This survey extends from Oakdale, at the head of the reservoir, to 
East Pepperell, a distance of 32| miles, and was made for the pur- 
pose of obtaining exact information with regard to the water power 
at the mills along the river. 

DAM AND AQUEDUCT DEFABTMENT. 

Thomas F. Richardson, Department Engineer. 

The work now in charge of this department includes the borings 
and other investigations for the dams and dikes of the Nashua 
Keservoir, the construction of the Nashua Aqueduct, the relocation 
of the Central Massachusetts Railroad through Berlin and Clinton, 
and the gaging of the Nashua River. 

After the work began along the line of the aqueduct, the organ- 
ization of the engineering force was as follows : 1 department 
engineer ; 3 engineers in charge of the three divisions of the aque- 
duct ; 1 head draftsman in charge of the draughting office ; 1 
engineer in charge of river gaging and miscellaneous investigations, 
and a small cement testing force. 

Horace Ropes, Alexander E. Kastl and Charles E. Wells are 
respectively the engineers of the first, second and third divisions of 
the aqueduct ; Ernest G. Hopson is head draftsman ; and David 
Hinckley is in charge of gagings and investigations. 

The inspectors employed to inspect the work of construction 
were in part engineers and in part masons who had had experience 
in inspection. The engineering force employed upon this part of 
the work varied from 17 at the beginning of the year to 39 at the 
end of the year. 

The main office of the department has been located in Pierce's 
Block, Clinton, and a branch office has been maintained at North- 
borough for the use of the engineers of the second and third 
divisions of the aqueduct work. 
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Nashua Dam. 

Masonry dam to be founded on solid rock. Length across valley at water level, 1,280 feet; 
maximum height of water line above surface of ground, 129 feet ; above surface of rock, 
184 feet ; water level, 395 feet above Boston city base.* 

The work of making borings, to determine accurately the form 
of the surface of the rock and the character of the rock at the loca- 
tion of this dam, was in progress at the beginning of the year, 
when six gangs were engaged in making pipe borings, that is, in 
driving pipes through the earth to the rock and washing the 
material encountered to the surface by water delivered at the bottom 
of the driven pipe through a smaller wash-pipe, and one gang was 
engaged in drilling into the rock with a diamond drill. In Feb- 
ruary a second diamond drill was obtained, in order to expedite the 
work. 

The pipe borings were completed June 24, and the diamond drill 
borings July 9, 1896. The total number of pipe borings was 806, 
of which 305 were made in 1895. The aggregate length of these 
borings was 15,308 feet, or very nearly 3 miles. Thirty-eight 
diamond drill borings were made, having an aggregate length of 
2,489.1 feet, of which 178 feet were drilled in 1895, The maximum 
depth of any hole was 286.1 feet, and the average depth 65.5 feet. 

In order to operate the diamond drills, a pipe was first driven 
through the earth down to the solid rock, or until stopped by a 
large boulder, and cleaned out with a jet of water, and the diamond 
drill was lowered to the rock or boulder through this pipe. The 
lengths above given for the work of the diamond drill are the ]euc:th8 
actually drilled below the bottom of the driven pipe. The pipes 
were driven every 20 feet up and down stream and every 10 feet 
across the deeper portions of the valley ; nearer the ends of the 
dam they were driven 20 feet apart in each direction. They 
extended both up stream and down stream, beyond the proposed 
location of the dam, and showed very clearly the form of the sur- 
face of the rock and the character of the earth and rock penetrated. 

The results of the borings have been submitted to Prof. W. 0. 
Crosby, geologist of the Massachusetts Institute of Technology, 
who has also made a very careful geological examination of the 

* Boston city base, which is used as the basis of levels on the metropolitan water works, is 
approximately at the level of low tide. The base nsed upon the Boston water works is 10 
feet higher. 
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whole surrounding country. Professor Crosby was consulted upon 
this matter soon after the borings were started, and we have had the 
benefit of his advice while making them. 

On Oct. 1, 1896, he submitted his final report upon the structure 
and character of the rock and earth encountered at the location of 
the dam, a copy of which has already been sent you. In a general 
way the results found are as follows : — 

The north-west slope of the gorge through which the river runs is 
composed of granite covered with a comparatively thin layer of sand 
or gravel. The south-east slope is composed of metamorphic slate 
or schist, covered above the level of the mill pond with a layer of 
earth about 30 feet in thickness and beneath the mill pond with a 
greater thickness. Above the level of the mill pond the covering on 
the south-east slope is nearly all an unmodified drift of boulder clay 
or till, while under the mill pond the drift is nearly all modified and 
largely sand and gravel. The contact between the granite and the 
schist is an igneous one, the granite having come up in a molten 
state and being firmly welded to the schist. If the earth were re- 
moved, the schist on the south-east side of and under the river would 
show a nearly regular slope down to the point of contact with the 
granite, and there would be at the junction of the two an abrupt 
wall of granite from 30 to 40 feet in height. 

The erosion which occurred before the rock was covered with earth 
seems to have acted to a much greater extent upon the softer schist 
than upon the harder granite, and in this way to have produced this 
abrupt wall, and even in some cases an undercutting of the granite. 
The gorge is a narrow one, as its width 40 feet above the deepest 
point is only from 90 to 135 feet. 

The borings have not only demonstrated that a dam can be safely 
built at the proposed location, but also furnish all of the information 
required for determining with exactness the most economical location 
of the dam, and for specifying with an unusual degree of accuracy 
the amount and character of the work to be done in preparing its 
foundations. 

Since the completion of the borings the work of preparing the final 
plans of the dam has been carried on as rapidly as practicable with- 
out delaying other work which requires to be completed sooner, 
and it is expected that they will be ready in time to make contracts 
for the dam in 1897. 
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North Dike. 

In order to obtain the full information required for the locating 
and designing of this dike it has been found necessary to make a 
great many deep driven pipe borings, and to make experiments upon 
the filtration of water through the materials contained in the plain 
across which the dike is to be built, and through the materials which 
are to be used in building the dike. 

For this purpose three boring gangs began work April 1 and 
three others August 15, and the work has progressed continuously 
since the latter date. At the end of November 273 borings, having an 
aggregate depth of 30,919 feet, had been made. The results con- 
firm those obtained by the investigations of the State Board of 
Health, as they show that the portion of the plain where the dike is 
to be located is composed mainly of very fine sand, which is nearly 
impervious to water. The borings of the easterly section of the dike 
are approaching completion, but those on the westerly section, which 
is much less difficult to construct, have not yet been begun. 

Professor Crosby has been consulted with regard to the method 
of conducting and the interpreting of the results obtained from these 
borings, and has submitted a preliminary report. When the borings 
are completed he is to submit a final report upon the geological 
features of the plain and the interpretation of the results of the 
borings. 

For the filtration experiments a rough building, 70 feet long and 
25 feet wide, has been built. This contains a water-tight wooden 
tank, 60 feet long, 6 feet wide and 8 feet deep, and five circular 
galvanized-iron tanks, 5 feet in height and about 28 inches in diame- 
ter. Inside of the large tanl^ a dam of soil 8 feet high has been 
formed, and the water has been filled in one end of the tank to a 
depth of about 8 feet, while the other end has been kept drained. 
The amount of water filtering through the soil has been measured, 
and the ability of the soil to support the pressure of water under 
very unfavorable circumstances has been determined. This experi- 
ment has been made with soil not consolidated in any way, and 
again with soil deposited in water. It has been found that the soil 
is practically water-tight. The smaller tanks have been filled with 
various materials of which the plain across which the dike is to be 
constructed is composed, and with soils of various kinds which are 
to be used in the construction of the dike, and the filtering capacity 
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i being determined. These esperiments are still 



of these mati 
in progress. 

One other 6ltratioD experiment is being made by running water 
from the town supply upon a fitter bed conslruoted in the plain 
near the experiment stution. The filter bed has an area of ^'-^ of an 
acre and a maximum depth of 6 feet. Pipes have been driven down 
to the level of the ground water in all directions around this filter 
bed, and the elfect of the water run into the ground at this place 
upon the height of the water in the ground is being noted. This 
experiment is intended to show, by the rise of the water in the 
ground in the vicinity of the filter bed, the extent to which water ■ 
will filter through the material found at the lower depths of this 
sandy plain. 

South Dike. 

This dike differs from the North Dike in that it follows, for the 
greater part of its length, a ridge nearly or quite at the proposed 
level of high waler in the reservoir, and in this ridge the solid rock 
is near the surface. In order to determine the exact depth to the 
rock, steel rods have been driven down to it at 566 places, the ag- 
gregate length driven being 3,H57 linear feet. In order to deter- 
mine the depth of the rock where it was too far below the surface 
to be reached in a satisfactory manner with the steel rods, pipes 
have been driven in the manner already referred to. The pipe 
borings were made from April 14 to May 28, and from June 24 
antil August 15 ; 67 borings, having an aggregate depth of 1,409 
feet, were made. 

In order to determine the character of the rock, a diamond drill 
was used at the South Dike from July 10 to August 14, making 7 
borings, aggregating 324.2 feet in depth. The maximum depth of 
any diamond drill boring was 65.3 feet, and the average depth 46,3 
feet. The results obtained from these borings agree substantially 
with those obtained from the preliminary borings by the State Board 
of Health, but are much more complete, and iiirnish all of the in- 
formation required for the economical and safe location of this dike. 

Relocation or Central Massachusetts Railroad, 
The construction of the Nashua ReseiToir requires the relocation 
of the Central Massachusetts Railroad for a distance of about 6J miles, 
and for the purpose of determining the best line for this relocation 
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four lines were surveyed during the investigation made by the State 
Board of Health. 

During the present year one additional line has been surveyed 
from the Central Massachusetts Kailroad at West Berlin to the loca- 
tion of the Worcester, Nashua & Rochester Railroad in Clinton, and 
estimates of the cost of reconstructing the railroad on this line have 
been made. 

A survey has also been made and estimates begun of another route 
from West Berlin, following parallel with the present line of the 
New York, New Haven & Hartford Railroad. 

The Central Massachusetts Railroad and the Worcester, Nashua 
& Rochester Railroad are both operated by the Boston & Maine 
Railroad. 

Nashua Aqueduct. 

Preliminary Work. 

The work preliminary to the letting of the contracts for the con- 
struction of the Nashua Aqueduct, begun and far advanced toward 
completion in 1895, was continued at the beginning of 1896. The 
location of the line had been quite definitely determined at the end 
of 1895, but much work remained to be done in connection with the 
taking of lands for the aqueduct and in making additional soundings 
to determine the depth to the rock, and in the open channel the 
depth of the mud and soil to be excavated ; also, in making borings 
to determine the character of the foundation for the Assabet bridge, 
and the character of the material to be excavated along the line of 
the open channel. The following soundings and borings were 
made : — 

One hundred and sixty-one steel rod soundings, having an aggre- 
gate depth of 1,903 feet, to determine the position of the rock to be 
encountered in building the lower IJ miles of the masonry aqueduct. 

One hundred and thirty-two steel rod soundings, having an aggre- 
gate depth of 1,782 feet, along the upper two miles of the open 
channel, and near Sawin's Dam. 

Three hundred and ninety-nine soundings, made with a gas pipe 
pushed down by hand, to determine the depth of mud and soil in 
Sawin's Mill Pond. 

Ten borings, having an aggregate depth of 391 feet, at the site of 
the Assabet bridge. 
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Twelve pipe borings, having an aggregate depth of 264 feet, near 
the lower end of the masonry aqueduct. 

Twenty-eight borings, having an aggregate depth of 409 feet, 
taken every 500 feet along the line of the open channel. 

Estimates were made of the approximate quantities of work of 
various classes to be done in connection with the contracts. 

Sections 2 and 5, — Rock Tunnel. 

Contractor, E. D. Smith & Co.; date of contracts, Feb. 12, 1896; amount of contracts, $370,826; 
length of tunnel, 10,308 feet ; width where lined with brickwork, 12 feet 2 inches ; where 
unlined, 13 feet 6 inches ; height where lined with brickwork, 10 feet 10 inches ; where un- 
lined, 11 feet 10 inches ; length of aqueduct not in tunnel, 1,011 feet; width, 11 feet 6 inches ; 
height, 10 feet 6 inches. 

Owing to the weather and to the delays incidental to organiziqg a 
work where a large amount of machinery is required, the contractor 
did not begin the work of excavating until March 31, 1896, and it 
was as late as July 27 before work was in progress at all of the four 
shafts and at the portal. 

A side track was put in from the Central Massachusetts Eailroad 
to a point near Shaft No. 4. A very complete plant was provided 
for excavating the shafts and tunnel, the whole of the machinery, 
including drills, pumps and hoists, being operated by compressed 
air. The compressor plant consists of two double Rand duplex com- 
pressors, having cylinders 20 by 36 inches, the compressors being 
rated at about 250 horse-power each. Four boilers, of 100 horse- 
power each, were set up near the compressors at a point where coal 
could be unloaded directly into the boiler house. 

From the compressors the compressed air is conveyed to shafts 
Nos. 3, 2 and 1 through wrought-iron pipes 8, 6 and 4 inches in 
diameter, and to the portal by a pipe 4 inches in diameter. The 
most distant shaft is about 1.5 miles from the compressors, and the 
air is furnished to it with but little loss of pressure. 

The headquarters of the contractors are at Shaft No. 3, where 
many buildings have been erected of sufficient capacity to accommo- 
date in all about 300 men. The laborers employed upon the work 
are mainly negroes. The number of men employed on the tunnel 
construction during the week ending Dec. 5, 1896, was 392. 

The tunnel, as far as excavated, is wholly through rock, and it is 
expected that it will continue in rock throughout the entire length. 
For about 600 feet at the upper end of the tunnel, and for nearly all 
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the distance from Shaft No. 3 to the portal at the lower end, the 
rocks encountered are sedimentary rocks, mainly metamorphic slates 
and schists with unstratified beds of slaty quartzite. The remainder 
of the tunnel is being excavated through igneous rocks, either gran- 
ite or diorite. 

In some portions of the slate, schist and quartzite the rock is soft 
and seamy and requires timbering to support it during construction, 
while through the diorite and granite the rock is very hard and self- 
supporting. 

The portions of the tunnel now timbered, and others where the 
material in the seams is liable to disintegrate and permit the rock to 
fall, will be lined with brickwork, but none of the lining has as yet 
been built. 

Although the work of excavating under these contracts was begun 
at a late date, the plant provided was so complete and the work has 
been so well organized and directed that the progress since the exca- 
vation began has been very satisfactory indeed, and at the present 
rate the excavation of the tunnel will be completed far ahead of the 
contract time. 

The dates of beginning the excavation of diflerent parts of the 
work are as follows : — 

1896. 

Shaft No. 1, June 27. 

Tunnel at Shaft No. 1, July 11. 

Shaft No. 2, May 6. 

Tunnel at Shaft No. 2, June 20. 

Shaft No. 3, April 20. 

Tunnel at Shaft No. 3, June 27. 

Shaft No. 4, March 31, 

Tunnel at Shaft No. 4, . . May 23. 

Approach to portal, July 27. 

Tunnel at portal, October 10. 

In excavating the tunnel, a ''heading" is first excavated, which 
comprises only the upper half of the tunnel, and the lower half, or 
«« bench," is excavated subsequently. 

The distances, in feet, from the shafts or the portal to the ** head- 
ings " and to the *' benches," Dec. 1, 1896, were as follows : — 
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Heading. 



Bench. 



Shaft No. 1, east, . 
Shaft No. 2, west, . 
Shaft No. 2, east, . 
Shaft No. 3, west, . 
Shaft No. 3, east, . 
Shaft No. 4, west, . 
Shaft No. 4, east, . 
Portal, west, . 

Totals, December 1, 
Totals, December 26, 



602 


519 


703 


655 


753 


678 


625 


538 


655 


592 


568 


534 


832 


759 


387 


322 



5,125 
6.170 



4,597 
5,799 



The lengths, in feet, of uncompleted portions between headings 
on December 1 were as follows : — 

Between Shafts No. 1 and No. 2, 1,624 

Between Shafts No. 2 and No. 3, 1,867 

Between Shafts No. 3 and No. 4, 1,284 

Between Shaft No. 4 and portal, 958 

Total, December 1, 5,183 

Total, December 26, 4,138 

None of the aqueduct not in tunnel on Section 3 has been built, 
but in making the approach to the portal a portion of the trench in 
which the aqueduct is to be built has been excavated. 



Sections 4, 5, tf, 7, 9 and 10 ^ — Masonry Aqueduct. 

Contractor, Silvio Casparis ; date of contracts, May 9, 1896 ; amount of contracts, f 721,580.60; 
length of aqneduct, 35,601 feet; width, 11 feet 6 inches; height, 10 feet 6 inches; inclination 
of aqnedact, 1 foot in 2,500. 

These six contracts include all of the masonry aqueduct except 
the short portion already mentioned on Section 3 and 30 feet to be 
built in connection with the Assabet bridge. For the greater part 
of the distance the aqueduct is being built partly or wholly in 
excavation ; but there are several points where the foundations of 
the aqueduct are above the level of the ground, and in such cases 
it is being built on embankments of earth, consolidated by being 
deposited in three-inch layers and rolled with heavy grooved rollers. 
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The position of the aqueduct in excavation and on embankments 
is shown upon Plan No. 3, upon which is also shown cross-sections 
of the masonry. The section on the left is the ordinary section 
of the aqueduct in dry earth, having a bottom and side walls of 
American cement concrete, lined with one course of brick masonry 
and an arch of Portland cement concrete. The American cement 
concrete is mixed in the proportion of five parts of stone, two parts 
of sand and one part of cement ; the Portland cement concrete in 
the proportion of four and one-half parts of stone, two and one-half 
parts of sand and one part of cement. 

The centres upon which the concrete arch is laid are covered with 
galvanized iron, to which a lubricant is applied just before laying 
the concrete. There has been no trouble from the concrete adher- 
ing to the centres, and the interior of the arch after removing the 
centres is smooth. The arch is subsequently given a wash of Port- 
land cement, applied with a brush. The section of the aqueduct is 
a very economical one, and, as far as tested, it has proved to be an 
unusually strong one. 

Where the aqueduct is below the level of the water in the ground, 
two courses of brick are laid in the invert in addition to the thick- 
ness of concrete shown in the ordinary section. In wet places a 
light platform of boards with a wooden drain in the centre is used 
to keep the concrete dry until it is set. If the earth in the bottom 
of the trench will not stand at the slope of the regular section of 
the bottom of the aqueduct, it is excavated to a less steep slope 
and the concrete walls are carried deeper, as shown by the dotted 
lines. 

None of the aqueduct has yet been constructed on a rock founda- 
tion, but it is proposed in such cases to build the brickwork solidly 
to the rock, as shown in one of the sections on the right side of 
Plan No. 3. 

At the crossings under railroads, and at other places where an 
unusual strain will come upon the masonry, the aqueduct section 
is made stronger. 

Sections 4, 5, 6 and 7 of the aqueduct are located most of the 
way through sloping sandy or gravelly ground, and the excavation 
for the aqueduct does not reach below the level of the water in the 
ground. On sections 9 and 10, on the other hand, the water level 
in the ground is generally above the level of the aqueduct, and for 
a part of the way quicksands and hard material are encountered, 
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so that these two sections are far more difficult to construct than 
the others. 

On June 23, 1896, the Board assented to the subletting of sec- 
tions 5 and 6 to Smith & Burden of Long Island City, New York. 

As soon as the contracts were let the contractor began the prep- 
aratory work of collecting the required plant, building camps for 
the men, etc., and in a short time began the excavation of the aque- 
duct trench on Section 10. There was considerable delay in begin- 
ning the work upon the aqueduct masonry. 

The dates of beginning excavation and aqueduct masonry upon 
the different sections are as follows : — 



r 0'CT»'PTrk"VQ 


Date of Begikking. 


I SC<Vy 1 L\}2i ». 


Excavation. 


Aqueduct Masonry. 


Section 4, 

Section 5, 

Section 6, 

Section 7, 

Section 9, 

Section 10, 


June 23, 1896. 
July 9, 1896. 
July 2, 1896. 
June 11, 1896. 
June 12, 1896. 
May 25, 1896. 


Sept. 21, 1896. 
Aug. 26, 1896. 
Sept. 30, 1896. 
July 28, 1896. 
Sept. 18, 1896. 
July 29, 1896. 



The largest force employed at any time on these sections was 
during the week ending Oct. 10, 1896, when 1,223 men and 171 
horses were on the work. 

The progress upon the six sections of the aqueduct has been 
unsatisfactory, and the value of the work done has been far less 
than the contract requirements. The contract provides that the 
value of the work done on Dec. 1, 1896, shall equal two-fifths of 
the total amount of the contracts, and this sum in the present case 
amounts to about $289,000; the value of the work done to Decem- 
ber 1 was $167,000, leaving a deficiency in the value of work done 
of $122,000. This statement does not fairly represent the progress 
of the work toward completion, as the work already done has been, 
to a large extent, earthwork, which requires much more labor on 
the ground for a given amount of money than masonry, of which the 
value is largely in the materials prepared elsewhere and brought 
upon the ground. The more difficult portions of the work have 
been far advanced, the work on Section 10, the most difficult of all. 
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having progressed beyond the contract requirements. At the end 
of the season the work was well organized, and it was advancing 
quite rapidly. 

The following is a tabulation showing the number of linear feet of 
masonry built and to be built on the several sections : — 



SECTIONS. 



Foundation and Side Walls. 



Ballt. 



Section 4, 
Section 6, 
Section 6, 
Section 7, 
Section 9, 
Section 10, 



457 
862 
188 
770 
771 
3,450 



6,498 



To be BulIL 



5,243 
4,438 
6,212 
4,773 
6,497 
2,840 



29,003 



ASCH. 



Bnllt. 



431 
689 
138 
737 
629 
2,681 



5,206 



To be BaUt. 



6,269 

4,611 
6,262 
4,806 
6,739 
3,609 



30,296 



In addition to the aqueduct masonry, 14 masonry culverts are re- 
quired to carry streams under the aqueduct. Of these, 9 are either 
built or the work upon them is far advanced, while on the remaining 
5 little or no work has been done. At the end of the masonry 
aqueduct a terminal chamber is to be constructed, and a large part 
of the excavation for this chamber has been made and much of the 
stone for it has been delivered. 

The greatest difficulty encountered was through the swamp on 
Section 9, where the bottom of the trench was of quicksand which 
was very difficult to handle. The work through the quicksand has 
been practically completed, and it is not expected that any more 
quicksand will be encountered. 

On Section 10 some very hard material was encountered in the 
excavation at one place, and a difficult railroad crossing has been 
completed. 

Section 8, — Assabet Bridge. 

Contractor, Jones, Pollard & Co. ; date of contract, Jane 16, 1896 ; amount of contract, f 64,- 
676.25; length of bridge, 359 feet; length of masonry aqueduct not on bridge, 30 feet; 
character of structure, 7 granite arches (1 over a road and 6 over a mill pond) supporting 
an aqueduct; span of arches, 29.5 feet ; height of arches above surface of mill pond, 17 feet. 

This bridge (see Plan No. 3) crosses a mill pond on the Assabet 
River. The lower part of the aqueduct upon the bridge has the 
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same fomi as the aqueduct at other places, but, for the upper part of 
the aqueduct upon the bridge, vertical walls covered with iron beams 
and arches are substituted for the semi-circular arch. Trouble has 
been occasioned in the case of masonry aqueduct bridges from leaks 
caused by movements of the masonry due to temperature, and in 
the present case it has been thought best to dispense with all sys- 
tems of drainage in the interior of the bridge, and to make the 
aqueduct absolutely water-tight by inserting a continuous lining of 
sheet lead back of the 8 inches of brick masonry forming the inte- 
rior lining of the aqueduct. 

In order to construct the bridge it was found necessary either to 
drain the mill pond or to build the piers under the protection of a 
coffer-dam. It was found that the cost of the coffer-dam would 
probably be less than the amount that would have to be paid for 
drawing down the mill pond, and there were other advantages, so 
that it was decided to use the coffer-dam. 

During the season of 1896 all of the work requiring the protec- 
tion of the coffer-dam has been completed, as all of the piers are 
now finished to a point above the level of the water in the mill 
pond. In addition to this, both abutments have been completed, 
three of the arches have been turned, and a considerable amount of 
granite and concrete masonry has been put in place above the level 
of the springing line of the arches. The centre upon which the 
arch crossing the road was built has been removed, so that the whole 
of the space under the arch is available for road purposes. The 
portions of masonry built are shown in red on Plan No. 3. 

The stone for the bridge is obtained from the New England Gran- 
ite Works of Concord, New Hampshire, and is very satisfactory in 
quality and appearance. In addition to the stone already laid there 
is a large quantity at or near the site of the bridge, and there seems 
to be no reason why this work should not be completed long before 
the contract time of completion, Nov. 1, 1897. 

Section 11^ — Open Channel. 

Contractor, Moulton & O'Mahoney; date of contract, Sept. 22, 1896; amount of contract, 

$89,470; length of section, 15,800 feet. 

This section of the aqueduct extends from the lower end of the 
masonry aqueduct to the head of Reservoir No. 5 of the Sudbury 
system. It follows the general course of a brook which flows into 
Reservoir No. 5. The brook meandered through the bottom of the 
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valley, and at times of high flow spread out over the meadows and 
swamps which border the brook. Towards its lower end it entered 
a narrow mill pond, a part of which was very shallow and had a 
muddy bottom. 

The contract provides for the excavation of a channel 20 feet wide 
on (he bottom, with slopes of 3 horizontal to 1 vertical, down to the 
head of the mill pond. A new dam is to be constructed at the site 
of the old mill-dam, and the pond is to be retained. The mud and 
soil under the pond are to be removed, and it is to be deepened. 

In order to avoid the necessity of protecting the sides of the chan- 
nel with riprap, a second dam is to be built across it at a point mid- 
way of its length, and the channel is to be made of such depth that 
the two dams will retain a minimum depth of from 5 to 6 feet of 
water in the channel. As a result, the current will not be strong 
enough to move the coarse sand and gravel with which the inner 
slopes of the channel are to be lined, even when the area of the water 
section is diminished by the formation of ice at the surface. 

The dams are to be constructed of masonry, and to have spillways 
about 140 feet long, so that there will be little fluctuation of the 
height of the water in the pond or channel. 

Four public ways and two or three private ways crossing the chan- 
nel are to be maintained, and it is proposed to construct stone arch 
bridges for this purpose. 

The work upon this section was begun too late in the season for 
the construction of any masonry in 1896. The contractor began 
the excavation at the site of the mill pond October 3, and later be- 
gan excavating the channel a mile or more up from the lower end 
with a steam shovel. At the end of the year the work was progress- 
ing much more rapidly than before, and, as the work is not of great 
magnitude, it should be easily finished during the coming year. 

SUDBURY DEPARTMENT. 

Desmond FitzGerald, Department Engineer, 

The work in charge of this department at the present time is the 
construction of Dam and Reservoir No. 5, and an additional line ot 
48-inch pipes from Dam No. 3 to Dam No. 1. 

On January 4, when this work was taken from the city of Boston, 
the engineering force appointed by the Metropolitan Water Board 
consisted of nearly all of the engineers previously employed by the 
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city of Boston upon this work, and numbered 25. At the end of 
the year the engineering force was organized as follows : 1 depart- 
ment engineer ; 1 principal assistant engineer ; 1 division engineer ; 
9 assistant engineers in charge of various sections of the work ; 1 
draftsman, 

William C. Hall is principal assistant engineer, Edward S. Larned 
division engineer, Ellery C. Appleton, Frank A. Bayley, Benjamin 
F. Goodnough, Oscar S. Heyer, Almon A. Platts, Daniel W. Cole, 
William Smiddy, Walter W, Patch, Bertram H. Davis, assistant 
engineers in charge of various sections of the work, and Fred F, 
Moore draftsman. 

Each of the assistant engineers has a small party and is in direct 
charge of the work in progress under one or more contracts. The 
total number engaged upon the engineering force at the end of the 
year was 39. 

In addition to the inspectors of work, a physician was employed 
as sanitary inspector, and he has an assistant. 

• The office of the department engineer is at 3 Mt. Vernon Street, 
Boston, and the main office of the department at the works is at 
Fayville, near the dam. Several branch offices were provided at 
different points around the reservoir as headquarters for the different 
assistant engineers. 

Dam No. 5. 

Contractor, Moulton & O'Mahoney ; date of contract, July 27, 1893 ; approximate amount of 
-contract, $537)000 ; masonry spillway, 300 feet long, and gate house founded upon solid 
rock in the deepest part of the valley ; the remainder of the dam, earth embankment with 
concrete core wall extending to the rock; length across valley at water line, 1,865 feet; 
maximum height of water line above surface of ground, 65 feet ; above surface of rock, 70 
feet ; water level, 260 feet above Boston city base. 

Ooss-sections of the spillway of the dam and of the earth em- 
bankment and core wall may be seen upon Plan No, 4. 

This work, when it was taken from the city of Boston, was rather 
more than half done. About the middle of April the dam was 
stripped of its winter covering, and work upon it was resumed. 
The work upon the masonry was prosecuted diligently up to the 
middle of November, at which time the spillway was completed to 
within a few feet of the top, and the substructure of the gate house 
was nearly finished. The large embankments containing the core 
walls have been carried nearly to grade, but there is still consider- 
able work to be done in placing the coating of soil on the down- 
stream side of the dam and in paving the upper slope. 
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The largest force employed upon this work at any time during 
the year was in July, when 436 men and 126 horses were at work 
upon it. 

Improvement of Reservoir No. 5. 

Descriptive. — For the purpose of improving the quality of the 
water stored in this reservoir, the soil and other material containing 
organic matter is being removed from its site, and in places where 
the depth below high-water mark is less than 8 feet it is excavated 
to this depth. In order to diminish the cost of the work, and to 
furnish a place for depositing the material removed from the reser- 
voir, the excavated material is deposited in what would otherwise 
be the shallow portions of the reservoir, which diminishes very 
largely the area from which the soil has to be stripped and the 
amount of the shallow flowage excavation. 

Plan No. 4 shows by full lines the edge of the finished reservoir 
and by the dotted lines the outer limits of the filling. A typical 
section is also given on the same plan, to show the method of im- 
proving the reservoir. 

The embankments of soil and muck are faced on the water side 
with a layer of coarse gravel, so that the whole of the bottom and 
sides of the reservoir, with the^exception of a very small area at one 
point, where the mud has excessive depth, will be sand, gravel or 
other material practically free from organic matter. 

Contracts for improving the Reservoir. — For the purpose of 
making contracts,' the reservoir is divided into seventeen sections, 
lettered from A to Q. Contracts for sections A to H inclusive were 
made by the city of Boston, and assumed on Jan. 4, 1896, by the 
Metropolitan Water Board. Those for sections I to Q inclusive 
were made by the Metropolitan Water Board. The locations of the 
sections are shown on Plan No. 4. 

In some cases they include the work of raising and riprapping the 
slopes of roads which would otherwise have been submerged, and of 
constructing culverts through the roads. On the branch of the 
reservoir through which the water of the Nashua River is to flow, 
the culverts are of large size. 

Bids were received for sections I to Q inclusive on April 21, and 
the contracts were executed on April 27 for all sections except K. 
In this case there were two bidders for doing the work at the smallest 
sum bid, which was $56,240. On this account, and because the 
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price appeared high, the section was re-advertised, and bids were 
received on May 7 for doing the work for $45,600, or $10,640 
lower than the lowest bid at the first letting. 

The following table shows the progress of the earth excavation 
for the improvement of the reservoir up to Dec. 1, 1896. The por- 
tions of the reservoir excavated and not excavated are shown upon 
Plan No. 4. 



Progress of Earthwork, 


, Improvement c 


/ Reservoir No, 5, 


to Dec. . 


Z, 1896. 


CONTRACTOR. 


Sec- 
tions. 


Total to be 
moved. 


Moved 
by Boston 

prior to 
Jan. 4, 1896. 


Moved by 

Metropolitan 

Water Board, 

Jan. 4, 1896, 

to 
Dec. 1, 1896. 


Total moved 

to 
Dec. 1, 1896. 


Remaining 

to 

be moved 

Dec. 1,1896. 


Auguste Saucier, . 


A 


Cu. Yards. 
245,000 


Cu. Yards. 
121,707 


Gu. Yards. 
4,037 


Cu. Yards. 
125,744 


Ca. Yards. 
119,266 


MonltoD & O'Mahoney, 


B 


215,000 


59,644 


145,356 


205,000 


10,000 


Malone & Strang, 


C 


354,000 


91,631 


230,369 


322,000 


32,000 


Angnste Saucier, . 


D 


267.000 


136,043 


117,957 


254,000 


3,000 


Charles linehan, . 


E 


230,000 


106,125 


118,875 


225,000 


5,000 


Newell & Snowling, 


F 


196,000 


113.122 


80,878 


194,000 


2,000 


Charles Linehan, . 


G 


151,000 


81,214 


68,786 


160,000 


1,000 


Moulton & O'Mahoney, 


H 


181,000 


51,698 


118,302 


170,000 


11,000 


Harry P. Nawn, . 


I 


247,000 


- 


169,800 


169,800 


77,200 


Moulton & O'Mahoney, 


J 


168,000 


- 


152,400 


152,400 


15,600 


Blagen & Bush, . 


K 


152,000 


- 


91,900 


91,900 


60,100 


Moulton & O'Mahoney, 


L 


295,000 


- 


126,300 


126,300 


168,700 


Harry P. Nawn, . 


M 


365,000 


- 


90,000 


90,000 


275,000 


Thos. Nevins & Sons, . 


N 


145,000 


- 


130,200 


130,200 


14,800 


Washburn & Washburn, . 





550,000 


- 


85,000 


85,000 


465,000 


Harry P. Nawn, . 


P 


293,000 


- 


143,000 


143,000 


160,000 


Washburn & Washburn, . 


Q 


500,000 


- 


) 143,000 


143,000 


367,000 




4,544,000 


761,184 


2,016,160 


2,777,344 


1,766,656 



It will be seen by reference to the table that on the whole excellent 
progress has been made. The work upon the older contracts was 
nearly finished, except upon Section A, where scarcely any work 
was done during the year, because certain negotiations for the settle- 
ment of land damages were not completed until too late in the season. 
The newer contracts provided for the completion of the work Dec* 
1, 1897, and 42 per cent, of the work was done between the date of 
letting the contracts (April 27, 1896) and Dec. 1, 1896, which 
is a very satisfactory progress. 
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The percentage of the work done by the different contractors is as 
follows : — 



Harry P. Nawn, sections I, M and P, 
Moulton & O'Mahoney, sections J and L, . 
Blagen & Bush, Section K, . . . 
Thomas Nevins & Sons, Section N, . 
Washburn & Washburn, sections O and Q, 



45 per cent. 
60 per cent. 
60 per cent. 
90 per cent. 
22 per cent. 



It will be noticed that the slowest progress has been made by 
Washburn & Washburn, and this is owing in part to the nature of 
the excavation upon sections O and Q, much of which has a depth of 
ten feet in very soft material. Owing to the difficulties encountered in 
the excavation of this material, the contractor has been given per- 
mission to excavate and convey the material by the use of a pump- 
ing dredge and pipes leading to the dumping areas. The scow and 
machinery are now building. It is hoped that the contractor will be 
able to handle the material very rapidly after getting the new plant 
in operation. A part of the same deep excavation is included in 
Section M, and scarcely any of the work upon it has as yet been 
done. The method of handling the material on this section has not 
been fully determined. 

New York, New Haven & Hartford Railroad. 

On Aug. 6, 1896, an agreement was made with the New York, 
New Haven & Hartford Railroad by which the Metropolitan Water 
Board was allowed to construct a new stone arch bridge through the 
railroad embankment, for conveying the water, and was required 
to widen the embankment of the railroad and riprap the slopes. 
Arrangements were made with the railroad company for construct- 
ing a temporary bridge of about 100 feet span, to support the tracks 
while the work of building the stone arch was in progress. 

The contract for the stone arch and for widening the railroad em- 
bankment was made with Holbrook, Cabot & Daly, Aug. 17, 1896, 
and they prosecuted the work very energetically, and completed it 
in a very satisfactory manner early in December, the total cost of the 
work done by them being $33,400.21. 

Roads. 

The construction of Reservoir No. 5 necessitated the abandon- 
ment of several miles of roads and the construction of new ones. 
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Contracts for very nearly all of this work had been made by the 
city of Boston, but in order to resurface the roads and make some 
changes which were thought desirable, a small day labor force was 
started on the work May 26, and the roads were resurfaced and pat 
in good order by the beginning of the autumn. 

In compliance with an urgent request from the authorities of the 
town of Southborough, the road which crosses the reservoir north 
of and parallel with the railroad was made 10 feet wider than origi- 
nally intended. This work was done by the contractor for Section 
D at the contract price for excavation. 

Sanitart Inspection, 
In the construction of other reservoirs connected with the water 
supply of the city of Boston it had been found that where a large 
number of laborers are gathered in "camps" there is danger of 
epidemics of diseases, as, for instance, typhoid fever. Arrangements 
were therefore made for a system of sanitary inspection to cover the 
entire work of the Metropolitan Water Board within the Sudbury 
water-shed, and C. P. Jones, M.D., of Southborough, was ap- 
pointed as sanitary inspector, and given an assistant. Kegulations 
were made with regard to the construction, use and disinfection of 
latrines, and with regard to other matters which are necessary to 
prevent the water supply of the city of Boston from becoming 
polluted. The results during the year have been very satisfactory, 
as there has been very tittle sickness and no epidemics, and the 
streams have been well protected from pollution. 

Amount of Work Done. 
The quantity of contract work done in this department during the 
year to December 1 is approximately as follows : — 

Earth excavation, 2,200,000 cubic yards. 

Kiprap, 24,300 cubic yards. 

Kubble-9tone masonry, 8,724 cubic yards. 

Concrete masonry, 8,648 cubic yarda. 

FJaateriug, 5,809 cubic yards, 

Aflhiar, S,533 cubic yards. 

Split-stone masonry, . 567 cubic yards. 

Paving, 282 cubic yards. 

Stone wall, 443 rods. 
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Engineerino. 

The work of the eDgineering department has related mainly to the 
construction of the reservoir, but surveys have also been made with 
reference to locating the 48-inch pipe line from Dam No. 3 to Dam 
No. 1. 

DISTRIBUTION DEFABTMBNT. 

Dexter Brackett, Department Engineer, 

The work in charge of this department comprises the pipes, 
pumping stations, distributing reservoirs and other works in the 
metropolitan district. 

The force is organized as follows : 1 department engineer ; 3 
assistant engineers in charge of parties engaged on surveys and 
construction, and an office force, under the charge of 3 engineers 
reporting directly to the department engineer, engaged upon design- 
ing, investigations, and the work connected with the making and 
delivery of cast-iron pipes. 

William E. Foss, John L. Howard and Caleb M. Saville are 
assistant engineers, in charge of surveys and construction ; William 
B. Fuller office assistant, in charge of miscellaneous designs and 
investigations ; Alfred O. Doane special assistant to department 
engineer, engaged in organizing and supervising pipe yards and 
upon designing and inspecting ; and' Alfred D. Flinn office assistant, 
engaged upon pipe accounts and designs of pipes, special castings 
and valves. 

The total engineering force employed in this department at the 
beginning of the year was 18, and at the end of the year 27. 

General Plan of Distributing System, 

The water supplied by the Metropolitan Water Board will for a time 
come wholly through the present aqueducts of the city of Boston to 
Chestnut Hill Reservoir, from which water is now supplied by gravity 
to the lower portions of Boston, and by pumping to the higher por- 
tions. There is at present a high-service pumping station at the 
reservoir. 

Plan No. 5 shows the boundaries of the present metropolitan water 
district, the location of pipes and pumping stations, and the progress 
of the work of pipe laying to Dec. 1, 1896. 

In order to supply the communities north of the Charles Biver, 
the water is to be pumped at Chestnut Hill Reservoir through two 
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lines of 48-iDch cast-iron pipes to them, and to Spot Pond which 
will be used aa a distributing reservoir. These are the main pipes 
of the low-service system, but a l»rauch pipe, 48 iuchea and 42 inches 
in diameter, is to be laid from Maiden to supply Kverett, Chelsea 
and East Boston, and, to some extent, Charlestownand the northerly 
portions of Boston proper. 

The water is maintained in Chestnut Hill Reservoir at an elevation 
of 134 feet above Boston city base, and Spot Pond, when full, ia at 
an elevation of 154 feet, or 20 feet higher than Chestnut Hill Reser- 
voir. These low-service pipe lines, and those already leading to 
the city of Boston, will supply water to all of the lower portions of 
the metropolitan water district, and to by far the larger part of the 
population in the district. In order to supply the water to the 
higher portions, there are to be two additional systems, shown in 
blue upon Piun No. 5, one the southern high-service system, which 
is to be an extension of the present high-service system of the city 
of Boston, and the other the northern high-service system, which is 
wholly new. In addition to these principal systems there is to be 
a small system for supplying some very high lands at the extreme 
southern end of the metropolitan water district. This system is 
indicated upon the plan by two parallel dotted red lines. 

Pipes. 

It was decided in 1895 that cast iron should be used as the mate- 
rial for the pipes of the distributing system. 

The pipes required are, to a large extent, from 48 inches to 36 
inches in diameter, and, as there were but four pipe foundries fitted 
for making pipes of these sizes and so located that they could de- 
liver the pipe economically in Boston, it was thought there might 
be delays in getting the pipes. When the first contract was made, 
Dec, 27, 1895, although the pipes were let to the lowest bidder, a 
somewhat higher price was paid for a contract for 12,500 tons than 
it would have been necessary to pay for half of this amount. It was 
thought best, however, to incur the additional expense, in order to 
insure practically a year's output from one of the largest of the 
foundries. 

The financial depression of the year 1896 was very favorable 
to this part of the work, as the cities and towns usually requiring 
these large-sized pipes purchased very few, and, as a consequence, 
the other three foundries furnished pipes for these works upon very 
favorable terms. 
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In all, eleven contracts have been made with the four foundries 
for furnishing 42,875 tons of pipe, and 45 tons have been ordered 
without a contract, making a total of 42,920 tons. 

These contracts provide for practically all of the pipes which are 
to be laid north of the Charles River, and for the pipe lines from 
Chestnut Hill Reservoir to the Charles River, and they represent by 
far the greater part of the pipe required for the whole metropolitan 
water district. 

Every pipe made has been subjected to careful inspection by in- 
spectors stationed at the foundries, and tests to determine the trans- 
verse breaking strength of the iron are made daily. 

Yards for the storage of the pipes were established in Somerville 
near the Union Square station on the Fitchburg Railroad, and in 
Maiden at the Edgeworth station on the Boston & Maine Railroad, 
at both of which points very good facilities were obtained for storing 
the pipes. Late in the year, in order to be able to store additional 
pipes for use during 1897, a third yard was established in Somer- 
ville, adjoining the Somerville station on the Fitchburg Railroad. 

A very large part of the pipes contracted for has already been de- 
livered, and it is expected that all will be delivered in the early 
spring, making a total of about 23,260 tons of pipe ready to be laid 
as soon as the frost is out of the ground. 

The following list gives the number of tons of pipes and of 
special castings called for by the contracts made to Nov. 30, 1896, 
and by an order for 45 tons of pipes /or which no contract was 
made : — 

82,220 tons of 48 inch pipes. 
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Valves and Other Iron Work. 

Special designs were made for valves to be placed on the lines of 
the pipes^ the sizes varying from 12 inches to 36 inches ; for cast- 
iron frames and covers for blow-off and air- valve chambers, and for 
beams and plates to be used for covering the larger chambers used 
for the 30-inch and 36-inch valves. 

Two contracts for making valves were made with J. H. Long; 
one on March 27, 1896, for furnishing 20 36-inch valves, and the 
other on June 1, 1896, for furnishing 52 valves of sizes varying 
from 12 inches to 24 inches. The work on these contracts has been 
delayed for various reasons, and but 15 valves have thus far been 
delivered. 

A contract was made with the Chelmsford Foundry Company, 
under which it has furnished 125 sets of cast-iron frames and covers, 
at a cost of $733,59. 

A contract was made with the New Jersey Steel and Iron Com- 
pany, under which it has furnished 25 sets of steel beams and plates, 
at a cost of $1,041. 

Pipe Laying, Low-service Pipe Lines. 

It has been the aim to advance as rapidly as possible the con- 
struction of one of the two lines of 48-inch pipes leading from 
Chestnut Hill Reservoir to Spot Pond, and the line chosen is one 
passing through Brookline, a narrow portion of Boston, Cambridge, 
Somerville, Medford, Maiden, Melrose and the easterly portion of 
Stbneham to Spot Pond. 

This pipe in its course crosses Charles River, from Boston to 
Cambridge, a short distance above the Cottage Farm station of the 
Boston & Albany Railroad, and Mystic River, from Somerville to 
Medford, just below the Middlesex Avenue bridge. At the river 
crossings, instead of laying one 48-inch pipe it is proposed to lay 
two 36-inch pipes. 

Nearly the whole length of this pipe in the public streets has been 
laid, or is included in existing contracts for laying pipes. The parts 
remaining to be done are the river crossings, for which contracts are 
being prepared, and comparatively short portions not in the public 
streets. At the Washington Street crossing of the Boston & Maine 
Railroad in Maiden the work has not been begun, on account of a 
proposed reconstruction of the bridge over the railroad. 
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The only work done upon the second and more westerly line to 
Spot Pond is in Beacon Street, Brookline, where the two lines are 
laid side by side, and in Boylston Street, Cambridge, where it was 
desirable to lay 2,041 feet of pipe while the widening of the street 
was in progress. No work has been done on the branch to Everett 
and Chelsea, but this branch is not as essential as other parts of the 
work, as there are already pipes leading to these places. 

Contracts, Low-service Pipe Lines. 

The following statements give in detail the work done upon the 
several contracts for laying the low-service lines of 48-inch pipes.* 

Section 5, — Curnan & Hochstadter^ Contractors. 

This section includes two lines of 48-inch pipes in Beacon Street, 
between Chestnut Hill Avenue in Brighton and Winchester Street 
in Brookline, and a single line of 48-inch pipes in Beacon and St. 
Paul streets in Brookline, and across private property in Boston, to 
a point near the Boston & Albany Railroad, a total length of about 
20,000 feet. The work was begun May 11 and completed Oct. 3, 
1896. 

The conditions for doing work on this section were very favor- 
able, as the trenches required but little bracing and the streets were 
wide, giving sufficient room for the disposal of material, and but 
few obstructions were encountered. The contractors prosecuted 
their work energetically, and executed it in a very satisfactory 
manner. At three points, where the pipes croas over or under 
equally large pipes of the Boston water works, brick piers and iron 
beams were provided to support the upper pipes. 

Sections 4 and 11 ^ — Snyder & Williams^ Contractors. 

Section 4 is a portion of the easterly line of 48-inch pipes lead- 
ing from Chestnut Hill Reservoir to Spot Pond, and extends from 
a point near the Charles River in Cambridge, through Cambridge 
park land. Magazine Street, Massachusetts Avenue and Norfolk 
Street in Cambridge, and Webster Avenue, Union Square, Bow 
and Walnut streets in Somerville, to Broadway, a distance of 
about 16,104 feet. 

* See also table on page 69. 
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Section 11 is on the westerly line ^of pipes, and the portion 
included in thia contract extends from a point near the Charles 
River, through Boylaton Street and Harvard Square to Massachu- 
setts Avenue, a distance of 2,041 feet, making the total length of 
pipe to be laid under thia contract 18,145 feet. 

Work was begun on Section 11 on August 17. The material 
underlying the pipe on Boylston Street, from the beginning of the 
section near the river to Eliot Street, a distance of 850 feet, was 
found to be mud, requiring a pile foundation for the pipes. Piles 
were driven in bents of 2, and capped with 12-inch by 12-inch 
spruce timber. The bents were spaced about 6 feet apart, giving 4 
piles under each length of 48-inch pipe. About 320 linear feet of 
the pipe on Section 4, near the foot of Magazine Street, were sup- 
ported in the same manner. 

The sewers in some portions of Cambridge and Somerville are so 
near the surface of the street that the pipes could not be laid with- 
out cutting off the drains connecting the houses on one side of the 
street with the sewer. In such cases it was found necessary to build 
an additional sewer, and the contractors have for this purpose laid 
3,475 feet of sewer pipe, of sizes from 8 inches to 15 inches in diam- 
eter, and reconnected several house drains. 

The streets on Section 4 are rather narrow, and are well filled with 
gas and water pipes, sewers, etc. In laying 9,593 feet of pipe on 
Section 4 it was found necessary to raise or lower 20 main pipes 
and 108 service pipes of the Cambridge water works, 14 main pipes 
and 31 service pipes of the gas company, and 31 house or surface 
water drains connecting with the sewers, also to relay in a new loca- 
tion 2,882 linear feet of main gas pipe. 

The contract provided for the completion of this work December 
1, but there still remain to be laid 6,511 feet of pipe in Somer- 
ville. 

Where the 48-inch pipe crosses the Boston & Lowell Railroad at 
Walnut Street, Somerville, it is to be suppoi-ted by a plate-girder 
bridge, a contract for which was made with the Boston Bridge Works 
on Oct. 3, 1896, and the bridge was to have been completed on 
December 1, but, as the works of the contractor were destroyed by 
fire, the bridge has not yet been furnished. As the pipe laying has 
not yet reached this point, it has not been affected by the delay in 
completing the bridge. 
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Section tf, — Dennis F. O* Connelly Contractor. 

The part of this section included in the contract extends from a 
point just north of the Mystic River in Medford, through Middlesex 
Avenue in Medford and Highland Avenue and Medford Street in 
Maiden, to Pearl Street, a distance of 6,800 feet. The work was 
begun September 2 and completed November 24. Piles were driveo 
to support the pipe for a distance of about 350 feet. No serious 
difSculties were encountered in doing this work, although consider- 
able water was found in the trench at some places. 

Section 7, — The C. H, Eglee Company ^ Contractor. 

Section 7 begins on Washington Street, Maiden, at a point near 
Clifton Street, and extends through Washington Street in Maiden 
and Melrose to the Stoneham town line ; thence through Wyoming 
Street, Ravine Road and the Virginia Wood in Stoneham to Wood- 
lan4 Road. The total length is 11,592 feet. Work was begun 
June 17, and at the end of the working season the contractor had 
laid a continuous line of pipe from Woodland Road south-easterly 
to a point about 200 feet north of the Oak Grove station in Maiden, 
a distance of 9,412 feet. 

In addition to the 48-inch pipe line, the contract provided for the 
laying of 1,500 feet of the 36-inch northern high-service pipe line in 
the Middlesex Fells Parkway ; but, owing to the diflSculty in obtain- 
ing a right of way in this parkway and to delay in receiving from 
the foundry the thinner pipes required for this contract, it was modi- 
fied so that the 36-inch pipe line could be omitted, and the contractor 
was to lay instead about 1,500 feet of thicker 48-inch pipes in Wash- 
ington Street in Maiden, between Pleasant and Kneeland streets. 
About 2,180 feet of 48-inch pipe remain to be laid to complete the 
contract. Between October 19 and November 2 arrangements were 
made with the contractor to lay about 290 feet of 48-inch pipe on 
Pleasant and Washington streets. Maiden. The last-named work 
was done at the request of the Maiden street commissioner, who 
desired to repave the street. 

Northern High-service System. 

Water for this system is to be taken from Spot Pond, which, as 
already stated, is to serve as a distributing reservoir for the low- 
service system. The location of the pumping station has not yet 
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been definitely determined, but it will probably be on the easterly 
side of the pond near the present outlet. From the pumping sta- 
tion a 36-inch force main will convey the water to a distributing 
reservoir, containing about 40,000,000 gallons, to be located in the 
higher portion of the Middlesex Fells reservation. From this res- 
ervoir the water will be conveyed in a 36-inch pipe through the 
Fells, the Fells Parkway and Highland Avenue to Pleasant Street 
in Maiden, where the pipe will branch in two directions, the west- 
erly branch leading to Medford and Somerville, to supply the higher 
portions of those cities, and the easterly branch running through 
Maiden, Everett, Chelsea and Revere to Breed's Island in Boston. 
Contracts have been made for a large part of the westerly and east- 
erly branches above mentioned. 

Contracts, Northern High-service Pipe Lines* 
Section 14 ^ — Collins & Harriy Contractors. 

This section includes the 30-inch pipe line beginning at the cor- 
ner of Highland Avenue and Pleasant Street in Maiden, and ex- 
tends easterly and south-easterly, through Pleasant, Main and Cross 
streets, to the corner of Hancock Street in Maiden, a distance of 
7,330 feet. The contract was dated Oct. 8, 1896, and the con- 
tractor began work October 21, but the progress made has been 
slow, and but 2,670 feet of the pipe, or about one-third of the total 
length, has thus far been laid. 

There was considerable extra work to be done at the crossing of 
the Pleasant Street culvert on Spot Pond Brook, and the moving of 
a main water pipe of the city of Maiden, in Pleasant Street, also 
contributed to delay the work. 

Section 15^ — J. H, McKnight^ Contractor. 

This section begins at the terminus of Section 14 in Hancock 
Street, Maiden, runs thence through Hancock Street to Broadway 
in Everett, thence through High, Foster, Arlington and Nichols 
streets in Everett, Nichols Street, Washington Avenue and Fenno 
Street in Chelsea, and Fenno Street in Eevere, to a point opposite 
the Revere Reservoir on Prospect Hill. 

Work was begun June 22, 1896, and all except about 730 feet of 
pipe, which could not be laid on account of delay in receiving valves 
and special castings, was completed Sept. 1, 1896. The lengtb of 
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pipe laid under this contract was 4,192 feet of pipe 24 inches in 
diameter and 9,013 feet of pipe 20 inches in diameter. 

Section 16 y — > George Ooodhue^ Contractor. 

This section is located in Fenno and Beach streets and Winthrop 
Avenue, Revere, and includes the laying of 10,000 linear feet of 
16-inch pipe. Work was begun on October 14, and by the terms 
of the contract should have been completed on December 1, but there 
still remain about 860 feet of pipe to be laid. 

Section 18^ — Collins & Ham^ Contractors. 

Section 18 is a part of the westerly branch of the northern high- 
service system ; it includes a 20-inch pipe, beginning at the comer 
of Elm Street and Highland Avenue in Maiden, and extending 
through Elm and Pleasant streets in Maiden, and Salem Street, Mid- 
dlesex Fells Parkway, and Valley, Forest and High streets in Med- 
ford, to a point 600 feet west of Forest Street and north of the 
Mystic River ; also from the corner of South Street and South Street 
Court in Medford, south of the Mystic River, through South, Walnut 
and Summer streets and College Avenue, to a point about 350 feet 
east of the southern division of the Boston & Maine Railroad. The 
total length of pipe is about 14,400 feet. 

The contract was made on October 8, and work was begun on 
October 14 on Forest Street in Medford, near Medford Square. 
The work has been done in Forest, Valley and Salem streets in 
Medford, where a total length of 4,411 feet of pipe has been laid. 
The progress on this work has been slow, as about 10,040 feet re- 
main to be laid in 1897. 
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Southern High-service System. 

The southern high-service system is to be, as already stated, an 
extension of the present high-service system of the city of Boston. 
An additional pumping engine will be required at Chestnut Hill, 
and the plans of the existing pumping station were made with refer- 
ence to its enlargement to accommodate one more pumping engine. 
Much work has been done toward obtaining this engine, which will 
have sufficient capacity to lift 30,000,000 gallons of water per day. 

The pipe lines of the southern high-service system have not been 
jSnally determined upon as yet, and cannot well be until it is wholly 
settled whether the city of Quincy will enter the metropolitan water 
district. The lines shown upon Plan No. 5 are substantially those 
shown in the report of the State Board of Health upon a metro- 
politan water supply ; but it is the intention, if Quincy enters the 
district early in the season, to make the plans definite, and to en- 
deavor to lay the pipes during the coming season. The city of 
Newton does not require water from the metropolitan works at 
present, and the best method of supplying Watertown and Belmont 
has not yet been fully determined. 

Engineering. 

Although the work of purchasing and laying pipes has occupied 
a large part of the time of the engineers of the distribution depart- 
ment, the reservoirs and pumping stations which are to be buitt 
have not been neglected, and much of the time of the engineering 
force has been spent on surveys, plans and estimates of these parts 
of the work. 

During the winter of 1895-96 three engineering parties were en- 
gaged for about three weeks upon a survey of Spot Pond, and in 
making soundings to obtain the depth of water and mud. Contour 
plans of the pond, on a scale of 40 feet to an inch, have been 
plotted from these surveys as a basis for further studies of the 
question of the best method of improving the pond by raising or 
otherwise. A large number of additional soundings have been made 
by pushing down rods to obtain the depth of mud, and many pipe 
borings have been made at the sites of suggested dikes and dams. 

Extended surveys, soundings, plans and estimates have been made 
for the purpose of locating pipe lines through, and a distributing res- 
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ervoir in the Middlesex Fells reservation, and for preparing these 
portions of the work to be let to contractors. 

Surveys, plans, estimates and reports have been made In relation 
to the admission of Quincy into the metropolitan water district. 

Studies have been made relative to the best location for the low- 
service pumping station which is to be built at Chestnut Hill Reser- 
Toir, and the comparative advantages of different types of pumping 
machinery have been considered. 

For the purpose of obtaining information in relation to the cost 
of pumping engines, the engineer of the distribution department 

Kng the month of October visited most of the principal cities of 
Unitfid States, and inspected the different types of pumping 
oea in use. 
lans have been made of the different forms of special castings 
used in pipe laying, and a schedule has been prepared showing the 
standard dimensions and weights of all pipes and special castings. 

An important part of the work of this department is the account- 
ing for the great quantities of pipe made, from the time they are 
accepted by the inspector at the foundry until they are laid in the 
ground under the supervision of the inspector of pipe laying. 



OPPICE FORCE. 
Bbdben^ SBiaREVFB, Principal Office Assistant ; Morris Ksow^les, Office Assistant. 

Mr, Shirreffs ia at the bead of the designing and drafting force, 
and has been engaged much of the time upon the design of the 
Nashua Dam, and structures now building on the line of the Nashua 
Aqueduct. He has also done much work in the preparation of 
specifications, contract plans and other work usually done in the 
drafting department. The principal plans drawn are as follows : — 

Completed drawings of tbe seven-arch stone aqueduct bridge 
across the Assabet River. 

Contract drawings for ten sections of the Nashua Aqueduct. 

Completed plans and working drawings of fourteen culverts under 
the Nashua Aqueduct and of the chamber at the end of the aque- 
duct. 

Plans of changes in location of roads crossing the aqueduct in six 
place,. 

Many preliminary studies and plans have been made with refer- 
ence to details of the Nashua Dam, and the best method of utilizing 
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the power to be available at the dam. Much time has also been 
spent upon plans of lands to be taken and other plans of property. 

Mr. Knowles has charge of the miscellaneous work of the office, 
such as the procuring of supplies, the making of blue-prints and the 
jSIing of plans and records received from outside offices. He has 
also had charge of many studies and computations relating to the 
damages caused by the diversion of water, to the probable assess- 
ment of cities and towns in the metropolitan water district, and 
much similar work. 

ACCIDENTS. 

Serious accidents have occurred at three different times in the 
aqueduct tunnel, by which five men have been killed and two seri- 
ously injured. Two of these accidents were due to a premature 
explosion and to a fall of rock from the roof. There has been one 
fatal accident in connection with the construction of the bridge across 
the Assabet River, — one of the men fell from the coffer-dam into 
the mill pond and was drowned. 

Three other fatal accidents have occurred in connection with the 
pipe systems, two of which were on Section 7 and one on Section 18, 
of the pipe laying. In one case, on Section 7, a man was killed by 
the caving in of the side of the trench, and in the other case a man's 
skull was fractured by being stmck with a crowbar thrown by a 
slipping derrick leg. On Section 18 a teamster was killed by pipes, 
which, not being properly secured, rolled from the wagon. 

The number of fatalities for the year is, therefore, nine, and the 
number of serious accidents which did not result fatally, two. 



Appended to this report are tables of contracts, giving the amount 
of work done and other information, and a table of the rainfall upon 
the Nashua water-shed for the year 1896. 

Respectfully submitted, 

FREDERIC P. STEARNS, 

Chief Engineer. 
Boston, Mass., Dec. 31, 1896. 
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Appendix 



Contracts made and pbkdiko 



OoTUracts made by the City of Boston and assumed by the Metropolitan WaUr 





1. 


8. 


S. 




WORK. 


Contractor. 


Date of Con- 
tract. 


1 


• 

Dam No. 6, Bouthborough, . • 


Monlton & O'Mahoney, Boston, Masa., . 


July 27,1893, 


2 


Beotion A, Reservoir No. 5, . 


Auffuste Smncier, South Framingham, 
Mass. 


Aug. 27, 1894, 


8 


Section 6, Reservoir No. 6, . . . 


Monlton & O'Mahoney, Boston, Mass., . 


Jane 12, 1896, 


4 


Beotion C, Reservoir No. 6, . 

• 


Malone & Strang, Boston, Mass., . 


April 29, 189^ 


6 


Section D, Reservoir No. 5, . . . 


Angnste Sander, South Framingham, 
Mass. 


Jane 25, 189^ 





Section E, Reservoir No. 5, . 


Charles Linehan, Cambridgeport, Mass., 


April 29, 1895, 


7 


Section F, Reservoir No. 5, . 


Newell & Snowling, Uxbridge, Mass., . 


April 20, 1896, 


8 


Section G-, Reservoir No. 6, . 


Charles Linehan, Cambridgeport, Mass., 


April 29, 1896, 





Section H, Reservoir No. 6, . 


Monlton & O'Mahoney, Boston, Mass., . 


April 29, 1896, 


10 


Filter beds near Marlborough Jnnction,! 


John Berry, Fayville, Mass., . 


April 4,1895, 


11 


2OJ00O feet of iron fence along roads, 
Reservoir No. 6. 


Henry Parsons, Marlborough, Mass., . 


July 17,1895, 



* The figures given in this column are the nearest approximations to the final amounts of these coa- 
tracts which can be made at the present time, 
t Contract completed. 
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No. 1. 



i>TjRiNa THE Year 1896. 



Board Jan, 4, 1896^ relating to Reservoir No, 5 of the Sudbury System. 



4. 

Date for 

Completion of 

Contract. 



5. 



Prices of Principal Items. 



6. 

Approxi- 
mate 
Amonnt of 
Contract.* 



7. 

Value of 
Work done 

to Time 
of December 

Estimate. 



Nov. 1,1896, 



Dec. 1, 1894, 



Dec. 1,1896, 



Dec. 1, 1896, 



Dec. 1,1896, 



Dee. 1, 1896, 



Dec. 1, 1896, 



Dec. 1, 1896, 



Dec. 1,1896, 



Aug., 1895, 



Earth excavation and disposal in embankment, $0.24 
per en. yd.; rock excavation, $1.67 per en. yd.; con- 
crete masonry. Am. cem. mortar, $4.70 per cu. yd.; 
rabble stone masonry In mortar, $5.60 per en. yd.; 
facing stone masonry (range work) , $17.00 per en. yd. 



Earth excavation, $0.19} per en. yd.; split stone ma- 
sonry in mortar, $7.00 per cu. yd. ; riprap, $1.20 per 
en. yd. 



Earth excavation, $0.29 per on. yd.; split stone ma- 
sonry, $9.00 per en. yd.; riprap, $1.00 per en. yd. 



Earth excavation, $0.21 per cu. yd.; split stone ma- 
sonry, $10.00 per cu. yd.; riprap, $0.75 per cu. yd. 



Earth excavation, $0.21 per cu. yd.; split stone ma- 
sonry, $9.00 per cu. yd.; riprap, $1.20 per cu. yd. 



Earth excavation, $0.23 per cu. yd.. 



Earth excavation, $0.26 per cu. yd., 



Earth excavation, $0.19 per en. yd.. 



Earth excavation, $0.26 per cu. yd.. 



Earth excavation, $0.23^ per cu. yd., 



$0.79| per lin. ft.. 



$537,000 00 



60,000 00 



76,000 00 



94,000 00 



78,000 00 



53,000 00 



51,000 00 



29,000 00 



47,000 00 



11,903 54 



15,000 00 



$1,051,903 54 



$504,425 77 



35,046 25 



73,990 48 



89,024 02 



77,255 52 



52,636 36 



50,698 64 



28,383 08 



44,649 80 



11,903 54 



7,887 28 



$975,900 74 



6 



8 



9 



10 



11 



Note. — The value of the work done on these contracts by the city of Boston amounted to $512,000, 
leaving about $540,000 as the value of the work to be done by the Metropolitan Water Board, and about 
$464,000 as the value of the work done by the Metropolitan Water Board during 1896. 
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Contracts made and pending dur- 
Contracts made by the Metropolitan Water Board 

[Explanation. — The amounts given in columns 4 and 5 are those determined when canTasaing the 
amounts of the final estimates, those marked b are the amounts as determined by recent mpprozimate 
eases there is work to be done in addition to that included in the canvass of bids, for which the prices are 





1. 

Num- 
ber 
of Con- 
tract. 


8. 

WORK. 


8. 

Num- 
ber of 
Bids. 


Akount 


or Bid. 


e. 




4. 

Next to Low. 
est. 


5. 

Lowest. 


Contractor. 

i 
1 


1 


9 


Section I, Reservoir No. 6, 


7 


$74,100 00 


$65,455 OOf 


H. P. Nawn, Boston, 
Mass. 


2 


10 


Section J, Reservoir No. 5, 


7 


42,000 00 


40,820 OOt 


Moulton & O'Mahoney, 
Boston, Mass. 


8 


11 


Section K, Reservoir No. 5, 


7 


40,210 00 


45,600 OOf 


Blagen & Bush, Port- 
land, Ore., and Spring- 
field, Mass. 


4 


12 


Section L, Reservoir No. 5, 


10 


70,288 50 


74,845 50t 


Moulton k O'Mahoney, 
Boston, Mass. 


5 


13 


Section M, Reservoir No. 5, 


9 


107,675 00 


106,850 OOt 


H. P. Nawn, Boston, 
Mass. 


« 


14 


Section N, Reservoir No. 5, 


8 


55,825 00 


52,200 OOt 


Thomas Nevins 8c Son, 
Orange, N. J. 


7 


15 


Section 0, Reservoir No. 6, 

• 


9 


151,118 00 


186,040 OOt 


Washburn 8fc Washburn, 
New York, N. Y. 


8 


16 


Section P, Reservoir No. 5, 


10 


79,110 00 


77,645 OOt 


H. P. Nawn, Boston, 
Mass. 


« 


17 


Section Q, Reservoir No. 5, 


14 


123,690 OOf 


115,010 00 


Washburn & Washburn, 
New York, N. Y. 


10 


32* 


Stone arch bridge under N. 
Y.,N.H.&H.R.R.,near 
Fayville, and widening 
railroad embankment. 


6 


87,762 00 


82,956 OOt 


Holbrook,Cabot & Daly, 
Brockton, Mass. 


11 


86 


Sluice gates and floor plates 
at Dam No. 5. 


4 


4,890 00 


4,685 OOt 


R. D. W ood & Co., Phila- 
delphia. Pa. 


12 




Total, .... 























18 



14 



8 



Contracts made by the Metropolitan Water 



Section 2, Nashua Aque- 
duct, 4,800 lin. ft. in tun- 
nel. 



Section 8, Nashua Aque- 
duct, 6,017 lin. ft. in tun- 
nel, 1,000 lin. ft. in open 
trench. 



19 



18 



$138,388 00 



265,082 50 



$122,398 OOt 



248,428 OOt i 



E.D. Smith & Co., Phila- 
delphia, Pa. 



E. D.Smith & Oo.,Phila- 
delphia. Pa. 



* Contract completed. 

t Contract based upon this bid. In the case of Contract No. 17 the contract was awarded to the 
lowest bidder on a combination bid for sections O and Q. 
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iNG THE Year 1896 — Continued. 

relating to Reservoir No, 5 of the Sudbury System. 

bids. The amounts given in column 11 are made up in three ways: those marked a are the exact 
estimates, and those marked c are the amounts as determined in making the canvass of bids. In some 
fixed in the contract.] 



7. 

Date 
of Contract. 



8. 

Date for 

Completion of 

Contract. 



0. 

Date of Final 
Estimate. 



10. 



Prices of Principal Items. 



11. 

Approxi- 
mate 
Amount of 
Contract. 



18. 

Value of 
Work done 
to Time of 
December 

Estimate. 



April 27, "Oe, 



April 27, '96, 



May 8, '96, 



April 27, '96, 



April 27, '96, 



April 27, '96, 



April 27, '96, 



April 27, '96, 



April 27, '96, 



Aug. 17, '96, 



Sept. 17, '96, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '97, 



Dec. 1, '96, 



Dec. 15, '96, 



Dec. 15, '96, 



Earth excavation, 90.26| per 
en. yd. 

Earth excavation, $0.24 per 
cu. yd. 

Earth excavation, $0.80 per 
cu. yd. 



Earth excavation, $0.24 per 
cu. yd. 

Earth excavation, $0.29 per 
en. yd. 

Earth excavation, $0.36 per 
cu. yd. 

Earth excavation, $0.28| per 
cu. yd. 

Earih excavation, $0.26^ per 
cu. yd. 

Earth excavation, $0.28| per 
cu. yd. 

Earth excavation, $0.80 per 
on. yd.; ashlar masonry, 
$16.00 per cu. yd.; rubble 
stone masonry, $5.00 per 
cu.yd.; voussoir masonry, 
$22.00 per cu. yd.; riprap, 
$1.25 per cu. yd. 



$65,455 00 c 



40,320 00 c 



45,600 00 c 



74,845 50 c 



105,850 00 c 



52,200 00 c 



158,270 006 



77,645 00 c 



142,500 00 b 



83,400 21a 



4,635 00 c 



$800,720 71 



$47,711 40 



87,498 66 



28,877 40 



88,182 40 



27,246 50 



46,707 84 



26,408 89 



42,868 72 



44,420 67 



88,400 21 



$367,311 69 



1 
2 
S 



fr 



» 



» 



1» 



11 



12 



Board relating to the Nashua Aqueduct. 



Feb. 14, '96, 



Feb. 14, '96, 



Dec. 1, '97, 



Dec. 1, '97, 



Large shaft excavation, 
$40.00 per lin. ft.; small 
shaft excavation, $25.00 
per lin. ft.; tunnel excava- 
tion, $3.85 per cu. yd.; 
brick masonry for lining, 
laid in mortar, 1 part Am. 
cem. to 1| parts of sand, 
$11.60 per cu. yd. 

Large shaft excavation, 
$40.00 per lin. ft. ; earth ex- 
cavation, $0.50 per cu. yd. ; 
tunnel excavation, $3.85 
per cu. yd. 



$122,398 00 c 



248,428 00 c 



$46,965 00 



67,395 00 



IS 



14 
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METROPOLITAN WATER BOARD. 



[Jan. 



Contracts made and pending dub- 
Contracts made by the Metropolitan Water 



1. 

Nam' 

ber 

of Con* 

tract« 



3 



6 



8 



9 



19 



20 



21 



22 



23 



24 



25 



8. 

WORK. 



37 



Section 4, Nashaa Aque- 
duct, 6,700 lin. ft. ma- 
sonry aqueduct. 



Section 6, Nashua Aque- 
duct, 5,300 lin. ft. ma- 
sonry aqueduct. 



Section 6, Nashua Aque- 
duct, 6,400 lin. ft. ma- 
sonry aqueduct. 



Section 7, Nashua Aque- 
duct, 5,543 lin. ft. ma- 
sonry aqueduct. 



Section 8, Nashua Aque- 
duct, Assabet bridge. 



Section 9, Nashua Aque- 
duct, 6,268 lin. ft. ma- 
sonry aqueduct. 



Section 10, Nashua Aque- 
duct, 6,290 lin. ft. ma- 
sonry aqueduct. 



Section 11, Nashua Aque- 
duct, open channel 15,800 
feet in length, with two 
small masonry dams and 
several stone arch road 
bridges. 



8. 

Num- 
ber of 
Bids. 



Total, 



16 



16 



16 



17 



17 



14 



18 



21 



Amoukt of Bid. 



4. 

Next to Low- 
est. 



5. 

Lowest. 



$106,107 50 



97,016 SO 



124,325 60 



105,855 00* 



64,676 25* 



146,567 50 



174,442 00 



89,470 00* 



$104,783 90* 



96,679 80* 



123,775 90* 



106,666 00 



69,897 00 



144,186 00* 



147,361 00* 



86,960 00 



6. 

Contractor. 



S. Casparis, Columbus, 
Ohio. 



S. Casparis, Columbus, 
Ohio. 



S. Casparis, Columbus, 
Ohio. 



S. Casparis, Columbus, 
Ohio. ^ 



Jones, Pollard & Co., 
Baltimore, Md. 



S. Casparis, Columbus, 
Ohio. 



S. Casparis, Columbus* 
Ohio. 



Moulton & 0*Mahoney) 
Boston, Mass. 



* Coaf 
ioweat bif 



•%D (his bid. In the case of Contract No. 22 the contract was awarded to ^ 
tition bid for sections 7, 9 and 10. 
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iNa THE Ybar 1896 — Continued, 

Board relating to the Nashua Aqueduct — Concluded. 



7. 

Date 
of OoDtract. 



8. 

Date for 

Oompletlon of 

Contract. 



0. 

Date of Final 
Bttlmate. 



10. 



Prices of Principal Items. 



11. 

Approxi- 
mate 
Amount of 
Contract. 



18. 

Value of 
Work done 
to Time of 
December 

Estimate. 



May 9, *06, 



May 9, '96, 



May 9, *96, 



May 9, '96, 



Nov. 16,»97, 



Nov. 16,*97, 



Nov. 15,»97, 



Nov. 16, '97, 



Jnne 16, '96, 



May 0, '96, 



May 9, '96, 



Sept. 22, '96, 



Nov. 1,'97, 



Nov. 16, '97, 



Nov. 16, '97, 



Dec. 1, '97, 



Earth excavation, $0.26 per 
cu. yd.; rock excavation, 
$1.00 per cu. yd.; brick 
masonry in Am.cem. mor- 
tar, $11.92 per cu. yd.; Am. 
cem. concrete, $8.80 per 
cu. yd. ; Portland cem. con- 
crete, $6.00 per cu. yd. 

Earth excavation, $0.26 per 
cu. yd.; rock excavation, 
$1.00 per cu. yd.; brick 
masonry in Am. cem. mor- 
tar,$11.92percu.yd.;Am. 
cem. concrete, $8.80 per 
cu. yd. ; Portland cem. con- 
crete, $6.00 per cu. yd. 

Earth excavation, $0.24 per 
cu. yd.; rock excavation, 
$0.90 per cu. yd.; brick 
masonry in Am. cem. mor- 
tar, $11.92 per cu. yd.; Am. 
cem. concrete, $8.80 per 
cu. yd. ; Portland cem. con- 
crete, $6.00 per cu. yd. 

Earth excavation, $0.26 per 
cu. yd.; rock excavation, 
$1.26 per cu. yd.; brick 
masonry in Am. cem. mor- 
tar, $12. 00 per cu. yd.; Am. 
cem. concrete, $8.80 per 
cu . y d . ; Portland cem . con- 
crete, $6.00 per on. yd. 

Ashlar masonry, $17.68 per 
cu . y d . ; voussoir mason ry , 
$81.43 per cu. yd.; cut 
stone masonry, $27.76 per 
cu. yd. ; Portland cem. con- 
crete, $6.24 per cu. yd.; 
Am. cem. concrete, 6 parts 
stone, 2 parts sand, 1 part 
cem., $4.19 per cu. yd.; 
Am cem. concrete, 6 parts 
stone, 3 parts sand, 1 part 
cem., $8.96 per cu. yd. 

Earth excavation, $0.27 per 
cu. yd.; rock excavation, 
$1.26 per cu . y d . ; brick ma- 
sonry, $12.00 per cu. yd.; 
Am. cem. concrete, $3.76 
per cu. yd. ; Portland cem. 
concrete, $4.90 per cu. yd. 

Earth excavation, $0.27 per 
cu. yd.; rock excavation, 
$1 . 60 per cu . yd .; brick ma- 
sonry, $12.00 per cu. yd.; 
Am. cem. concrete, $8.76 
percu.yd.; Portland cem. 
concrete, $4.90 per cu.yd. 

Earth excavation, $0.18 per 
cu . y d. ; Am. cem. concrete, 
$5.00 per cu. yd.; split 
stone masonry and paving 
laid in mortar, $18.00 per 
cu. yd. 



$104,788 90 c 



96,679 80 c 



\ 128,776 90 c 



$16,618 36 



16,421 20 



14,719 70 



106,856 00 c 



64,676 26 c 



144,186 00 c 



22,954 00 



26,814 25 



8 



26,828 86 



147,361 00 c 



89,470 00 c 



$1,246,662 86 



84,726 02 



4,882 68 



$327,320 65 



8 
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METROPOLITAN WATER BOARD. 



[Jan. 



Contracts made and pending dur- 
Contracts made by the Metropolitan Water 
Water Pipes. 



8 



1. 

Nuin> 

ber 
of Con- 
tract. 



8. 

WORK. 



1* 



6* 



6* 



7* 



8 



6 


84 


7 


36* 


8 


88* 





43 


10 


44 


11 
12 


45 



12,000 tons 48-iDch cast-iron 
waterpipes ; 600 tons spe- 
cial castings. 



6,650 tons cast-iron water 
pipes; 6,000 tons 48-inch, 
650 tons 30-inch; and 50 
tons special castings. 



1,545 tons cast-iron water 
pipes; 620 tons 24-inch, 
900 tons 20-inch, 50 tons 
16-inch, 30 tons 12-ineh, 
20 tons 10-inch, 16 tons 8- 
inch, 10 tons 6 inch; and 
60 tons special castings. 

4,470 tons cast-iron water 
pipes; 8,870 tons 48-inch, 
600 tons 36-inch. 

4,660 tons oast-iron water 
pipes; 4,000 tons 48-inch, 
550 tons 36-inch. 

3,300 tons cast-iron water 
pipes; 1,450 tons 30-inch, 
1,670 tons 20-inch, 280 
tons 16-inch. 



150 tons special castings, . 



1,000 tons cast-iron water 
pipes; 900 tons 16-inch, 
100 tons 12-inch. 

3,650 tons cast-iron water 
pipes; 1,200 tons 48-inch, 
2,350 tons 42-inch. 



8,000 tons 48-inch cast-iron 
water pipes. 



8,150 tons 48-inch cast-iron 
water pipes. 



Total for pipes, 



8. 

Num- 
ber of 
Bids. 



8 



8 



8 



Amount of Bid. 



4. 

Next to Low- 
est. 



5. 

Lowest. 



$298,000 00 



Pipe, $20.00 
per ton ; 
special cast- 
ings, $45.00 
per ton. 

Pipe, $20.00 
per ton ; 
special cast- 
ings, $46.00 
per ton. 



$267,600 00| 



Pipe, $19.90 
per ton; 
special cast- 
ings, $45.00 
per ton.J 

Pipe, $19.90 
per ton; 
special cast- 
ings, $45.00 
per ton.^ 



30. in., $18.70 
per ton ; 20 
and 16 inch, 
$18.90 per 
ton. 

$40 00 



$18.40 per 
ton. 



$19.90 per 
ton. 



$18.75 per 
ton. 



80.in., $18.40 
per ton; 20 
and 16 inch, 
$18.90 per 
ton. I 

$89 50^ 



$17.86 per 
ton. I 



48-in., $18.75 
per ton ; 42- 
Inch, $19.25 
per ton.t 



$18.40 per 
ton.| 



6. 

Contractor. 



R. D. Wood & Co., Phil- 
adelphia, Pa. 



McNeal Pipe & Foundry 
Co., Burlington, N. J. 



McNeal Pipe & Foundij 
Co., Burlington, N. J. 



Howard-Harrison Iron 
Co., Bessemer, Ala. 



Warren Foundry & Ma- 
chine Co., Phillips, 
burg, N. J. 

Warren Foundry & Ma- 
chine Co., Phillips- 
burg, N. J. 



R. D. Wood & Co., Phil- 
adelphia. Pa. 



R. D. Wood & Co., Phil- 
adelphia, Pa. 



Howard-Harrison Iron 
Co., Bessemer, Ala. 



Warren Foundry & Ma> 
chine Co., Phillips- 
burg, N. J. 

McNeal Pipe & Foundij 
Co., Burlington, N. «f. 



* Contract completed. 



X Contract based upon this bid. 
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Ufa THE Tear 1896 — Continued. 
Board relating to the Distributing System. 

Water Pipes. 



7. 


8. . 


0. 


10. 


11. 


18. 




Date 
of Contract. 


Date for 

Completion of 

Contract. 


Date of Final 
Estimate. 


Prices of Principal Items. 


Approxi- 
mate 
Amount of 
Contract. 


Value of 
Work done 
to Time of 
December 

Estimate. 




Dec. 27,»96, 


Deo. 1, '96, 


Dec. 28, '96, 


Straight pipe, $21.65 per ton 
of 2,000 pounds; special 
castings, $21.65 per ton of 
2,000 pounds, delivered at 
the pipe yards. 


$274,166 23a 


$274,166 23 


1 


Mar. 10,*96, 


Dec. 1, *96, 


Nov. 7, '96, 


Straight pipe, $19.90 per ton 
of 2,000 pounds; special 
castings, $45.00 per ton of 
2,000 pounds, delivered at 
the pipe yards. 


114,389 47a 


114,389 47 


2 


Mar. 10/96, 


Aug. 1, '96, 


Nov. 7, '96, 


Straight pipe, $19.90 per ton 
of 2,000 pounds; special 
castings, $45.00 per ton of 
2,000 pounds, delivered at 
the pipe yards. 


34,814 76a 


34,814 76 


S 


Mar. 17/96, 


Dec. 1, '96, 


Dec. 5, '96, 


Straight pipe, $19.90 per ton 
of 2,000 pounds, delivered 
at the pipe yards. 


88,723 22a 


88,723 22 


4 


Mar. 23/96, 


Deo. 16, '96, 


~ 


Straight pipe, $19.90 per ton 
of 2,000 pounds, delivered 
at the pipe yards. 


90,646 00 


86,062 60 


6 


Aug. 12, '96, 


Nov. 16, '96, 




30-inch pipe, $18.40 per ton 
of 2,000 pounds; 20 and 16 
inch pipe, $18.90 per ton 
of 2,000 pounds, delivered 
at the pipe yards. 


62,074 896 


61,846 88 


6 


Aug. 12, »96, 


Nov. 15, '96, 


Dec. 24, '96, 


Special castings, $39.50 per 
ton of 2,000 pounds, deliv- 
ered at the pipe yards. 


6,715 96a 


6,716 95 


7 


Sept. 9, '96, 


Dec. 16, '96, 


Dec. 23, '96, 


Straight pipe, $17.86 per ton 
of 2,000 pounds, delivered 
at the pipe yards. 


18,097 84a 


18,097 84 


8 


Oct. 20,»96, 


May 1, '97, 




48.inch pipe, $18.76 per ton of 
2,000 pounds; 42-inch pipe, 
$19.25 per ton of 2,000 
pounds, delivered at the 
pipe yards. 


67,737 60 c 




9 


Oct. 22,*96, 


May 1, '97, 


«• 


Straight pipe, $18.40 per ton 
of 2,000 pounds, delivered 
at the pipe yards. 


65,200 00 c 


20,681 60 


10 


Oct. 20,»9«, 


May 1, '97, 

... 


• • • 


Straight pipe, $18.40 per ton 
of 2,000 pounds, delivered 
at the pipe yards. 


67,960 00 


22,944 80 


11 


• . • 


$869,424 86 


$726,433 35 


12 



t No bids were received on these contracts; they were made at the prices fixed by the bids for con- 
tracts Nos. 6 and 44. 
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METROPOLITAN WATER BOARD. 



[Jan. 



Contracts hade and pending dub- 
Cofitrcucts made by the Metropolitan Water 
Pipe Layinsr. 



1. 

Num- 
ber 
of Con- 
tract. 



8. 

WORK. 



S. 

Num- 
ber of 



Amount of Bid. 



4. 



B*^"- ! Next to Low. 
I i e«t. 



5. 

Lowest. 



6. 
Contractor. 



1 


18* 


Laying 20,000 lln. ft. of 48- 
inch pipes in Brookline 
and Brighton (Section 2) . 


21 

1 


$37,602 26t 


$26,047 60 


Cuman & Hoehstadter, 

Poaghkeepsie, N. T. 

1 


2 


29* 


Laying 4,400 lin. ft. of 24- 
inch and 9,700 feet of 
20-ineh water pipes in 
Maiden, Everett, Chelsea 
and Revere (Section 16) . 


6 

1 


12,744 00 


11,873 OOt 


J. H. McKnight, PttU- 
burg, Pa. 


Z 


30 


Laying 11,600 lin. ft. of 48- 
inch and 1,600 feet of 36- 
inch water pipes in Mai- 
den, Melrose and Stone- 
ham (sections 7 and 13) : 
also laying 1,600 feet of 
48-inch water pipes under 
a modification of the con- 
tract. 


4 

1 


27,838 20 


27,718 60t 


The O. H. Eglee Co^ 
Boston, Mass. 

1 


4 


81 


Laying 18,300 lin. ft. of 48- 
Inch water pipes in Cam- 
bridge and Somerville 
(sections 4 and 11) . 


6 


42,681 90t 


42,421 70 


Snyder&Willlams,Day- 
ton, Ohio. 


b 


33* 


Laying 6,800 lin. ft. of 48- 
inch water pipes in Med- 
ford and Maiden (Section 
6). 

Laying 7,330 lin. ft. of 30- 
inch cast-iron water pipes 
in Maiden (Section 14). 


6 


19,699 00 


16,888 OOf 


Dennis F. O'Connell, 


« 


39 


8 


9,096 60 


8,208 60t 


Collins & Ham, South 
Boston, Mass. 


7 


41 


Laying 10.000 lin. ft. of 16- 
inch cast-iron water pipes 
in Revere (Section 16) . 


11 

1 


6,441 60 


4,728 OOt 


George Goodhae, Con- 
cord, N. H. 


« 


42 


Laying 14,400 lin. ft. of 20. 
inch cast-iron water pipes 
in Maiden and Medford 
(Section 18). 


13 


10,367 00 


9,798 26t 


Collins & Ham, Sonth 
Boston, Mass. 


D 




Total for nine lavinir. . 























Miscellaneous. 



10 


4 


11 


26* 


12 


27* 


13 


28 


14 


40 


16 




16 





20 36-inch water valves, . 

25 sets of steel work for 
covering valve chambers. 

Cast-iron frames and cov- 
ers. 

62 water valves ; 6 24.inch, 
6 20-inch, 20 16-inch, 20 
12-inch. 

Pipe bridge over Boston & 
Maine R.R. at Walnut 
Street, Somerville. 



Total miscellaneous. 



Total for Distributing 
System, 



10 
4 



3 



8 



$9,400 OOf 
1,576 00 
763 26 
4,832 00 

2,616 00 



$7,800 00 
1,066 OOf 
733 91t 
4,608 OOt 

2,497 OOt 



Josiah H. Long, Boston, 
Mass. 

New Jersey Steel & Iron 
Co., Trenton, N.J. 

Chelmsford Foundry 
Co., Boston, Mass. 

Josiah H. Long, Boston, 
Mass. 

Boston Bridge Works, 
Boston, Mass. 



* Contract completed. 



t Contract based upon this bid. 
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ING THE Yeak 1896 — Continued, 
Board relating to the Distribvting System — Concluded. 

Pipe JjSLjing. 



7. 

Date 
of Contract. 



8. 

Date for 

Completion of 

Contract. 



0. 

Date of Final 
Estimate. 



10. 



Prices of Principal Items. 



11. 

Approxi- 
mate 
Amount of 
Contract. 



18. 

Value of 

Work done 

to Time of 

December 

Estimate. 



April 27, »96, | Sept. 1, »96, I Oct. 13, '96, 



^nne 11, '96, 



^une 10/96, 



Aug. 6, '96, 



Aug. 27,*96, 



Oct. 8, *96, 



Oct. 8, »96, 



Oct. 8, »96, 



Sept. 15, '96, 



Nov. 1, '96, 



Dec. 1, '96, 



Dec. 1, '96, 



May 16,»97, 



Dec. 1, '96, 



May 15, '97, 



Nov. 11, '96, 



Dec. 24, '96, 



Laying 48-inch pipe, $1.73! ^9,775 26a 
per lin. ft.; rock excava- 
tion, $1.50 per cu. yd. 



Laying 24-inch pipe, $0.83 
per lin. ft. ; la^ng 20-inch 
pipe, $0.73 per lin. ft. 



Laying 48-inch pipe, $1.92 
per lin. ft.; rock excava- 
tion, $3.00 per cu. yd.; lay- 
ing 36-inch pipe, $1.38 per 
lin. ft. ; laying 48-inch pipe 
under modification of con- 
tract, $2.42 per lin. ft. 



Laying 48-inch pipe, $1.( 
per lin. ft.; driving an 



.87 
and 
capping piles, $23.00 per 
bent. 

Laying 48-inch pipe, $2.24 
per lin. ft.; driving and 
capping piles, $12.00 per 
bent. 

Laying 30-inch pipe, $0.92 
per lin. ft. 

Laying 16-inch pipe, $0.45 
per lin. ft. 

Laying 20-inch pipe, $0.62 
per lin. ft. 



10,575 66a 



80,000 00 & 



44,600 00 b 



16,686 41a 



10,000 006 



4,900 00 b 



10,800 00 b 



$166,836 33 



$89,775 26 
10,575 66 



26,805 16 



82,360 21 



16,685 41 



4,951 67 



4,492 82 



8,487 11 



$139,183 30 



8 



6 



8 



Miscellaneous. 



Mar. 27, '96, 


Dec. 12, '96, 


- 


$470 per valve, 


$9,400 00 c 


$1,880 00 


10 


May 26, '96, 


July 26, '96, 


Aug. '19,96, 


$42.64 per set. 


1,041 00a 


1,041 00 


11 


May 18, '96, 


July 18, '96, 


Aug. 19, '96, 


$1.37| per pound, . 


733 59a 


733 59 


12 


June 1, '96, 


Nov. 1,'96, 


- 


24-inch valves, $197.00; 20- 
inch, $141.00; 16.inch, 
$74.00; 12-inch, $55.00. 


4,608 00 c 


1,268 00 


13 


Oct. 3, '96, 


Dec. 1, '96, 

• • • 

• • • 


... 

... 


Price of bridge complete, 
$2,497. 

• •••••• 


2,497 00 c 


" 


14 


... 


$18,279 59 


$4,922 59 


15 


• • . 


$1,054,540 78 


$870,489 24 


16 
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Contracts made and pending during the Year 1896 — Concluded. 

Summary of Contracts. 





Approxi- 
mate Amoant of 
Contrmct. 


Yalne of 

Work done to Time 

of December 

Estimate. 


Reservoir No. 6, 11 contracts, .... 
Nashua Aqueduct, 10 contracts, .... 
Distributing System, 24 contracts, .... 


$800,720 71 
1,246,662 86 
1,064,640 78 


$367,311 59 
327,320 55 
870,489 24 


Total of 46 contracts made by Metropolitan 
Water Board, 

Reservoir No. 5, uncompleted portions of 11 con- 
tracts made by the city of Boston and assumed 
by the Metropolitan Water Board, 


$3,101,814 34 
639,903 64 


$1,565,121 38 
463,900 74 


Total, 


$3,641,717 88 


$2,029,022 12 



Appendix No. 2. 



Monthly Rainfall^ in Inches^ during 1896, at Four Places on the Water- 
shed of the Nashua River, 















LOOATIOH. 




Princeton. 


Quinepoxet. 


So. Clinton. 


Sterllnff. 


Elevation abc 
(feet), 


>ve D 


aean 


sea 


level 




1,060* 


690* 


310 


660* 


January, 












1.96 


1.69 


2.12 


1.63 


February, 












7.62 


7.90 


7.30 


7.41 


March, . 












6.76 


6.60 


4.44 


6.22 


April, 












1.80 


1.27 


1.89 


1.66 


May, 












2.37 


2.81 


2.46 


2.26 


June, 












2.66 


2.64 


2.63 


2.76 


July, 












5.10 


4.78 


4.83 


4.23 . 


August, . 












2.71 


3.28 


2.23 


2.26 


September, 












6.94 


7.00 


7.60 


7.69 


October, . 












3.49 


3.96 


3.96 


3.49 


November, 












2.83 


3.24 


2.98 


2.91 


December, 












2.27 


2.31 


2.31 


2.01 


Totals, 


45.31 


46.37 


44.63 


44.61 



* EleTations taken from maps of State topographical sarvey. 
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Appendix No. 3. 



[Chapter 488 of the Acts of the Year 1895.] 



An Act to provide for a metropolitan water supply. 

3e it enacted^ etc., as follows : 

METROPOLITAN WATER BOARD. 
Section 1. The governor, by and with the advice and con- commisBionert. 
sent of the council, shall appoint three water commissioners, MnrTce.*^^ 
who shall constitute the Metropolitan Water Board. Said com- 
missioners shall hold ofl3ce, one for the term of five years, one 
for the term of four years and one for the term of three years, 
beginning with the first Monday in May in the year eighteen 
hundred and ninety-five ; and in the year eighteen hundred and 
ninety-eight, and annually thereafter, the governor shall ap- 
point, as aforesaid, one member of said board to hold oflSce for 
the term of three years, beginning with the first Monday in 
May in the year of his appointment. The governor, with the Governor and 
•consent of the council, may remove any member of said board, remove.™*^ 
and may appoint for the residue of the term, in the same man- 
ner in which the original appointment was made, a commis- 
sioner to fill any vacancy occurring by removal, resignation or 
otherwise. One of said commissioners shall be always a citizen Residence of 
of Boston, one shall be alv/ays a citizen of one of the other **^°*°* * °°*"' 
cities or towns in the water district hereinafter described, and 
one shall be always a citizen of this Commonwealth. The Oompenaation. 
chairman of said board shall receive a salary of ^ve thousand 
dollars a year, and the other members a salary of four thousand 
five hundred dollars a year. 

OFFICERS AND ACCOUNTS. 
Section 2. The governor shall, as soon as may be after the Governor to 
appointment of said board, and annually thereafter on or before chaiman. 
the first Monday of May, designate one of their number to 
serve as chairman for the ensuing year ; said board shall from Board may 
lime to time appoint an engineer, secretary, and such other remove* offi^ew 

and agents. 
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AeoonnU. 



Report to the 
lei^latare. 



Board to 
construct and 
maiDtain water 
works. 



Metropolitan 
water district. 



To supply cities 
and towns 
within ten milei 
of state honse. 



Hay supply 
water 

companies in 
said district. 



May supply 
other cities, 
towns and water 
companies. 

Distribution of 
money. 



Delivery of 
water. 



agents, officers, clerks and other employees as said board nmj 
deem necessai*y , shall determine the datles and compensatioD d 
such appointees, and may remove the same at pleasure, ani 
may employ counsel ; shall at all times keep full, accurate and 
separate accounts of the doings, receipts, expenditures, cUb- 
bursements, assets and liabilities of said board, and include an 
abstract of the same in an annual report to the general court on 
or before the first Wednesday in January in each year, sudi 
report to be numbered as one of the series of public documents; 
and four thousand five hundred copies thereof to be printed 
annually. 

METROPOLITAN WATER DISTRICT. 

Section 3. Said board, acting for the Commonwealth, shaE 
construct, maintain and operate a system of metropolitan water 
works substantially in accordance with the plans and recom- 
mendations of the state board of health, contained in their re- 
port to the legislature of the year eighteen hundred and ninety- 
five, and shall provide thereby a sufficient supply of pure water 
for the following named cities and towns, and the inhabitants 
thereof, to wit : — The cities of Boston, Chelsea, Cverett, Mai- 
den, Medford, Newton and Somemlle, and the towns of Bel- 
mont, Hyde Park, Melrose, Revere, Watertown and Winthrop, 
which cities and towns shall constitute the Metropolitan Water 
District; shall secure and protect the purity of said water; 
shall on application furnish water to any city or town aforesaid 
that at the time of application owns its water pipe system; 
shall on application admit any other city or town, any part of 
which is within ten miles of the state house, into said water 
district, and furnish water to the same on the terms prescribed 
by this act for the cities and towns aforesaid, and on such pay- 
ment of money as said board may determine ; shall on applica- 
tion furnish water to any water company owning the water pipe 
system in any town within said ten miles, on such water com- 
pany assuming the assessments of the town, if any, and making 
such payment of money as said board may determine ; and may 
from time to time furnish water to any other city, town or water 
company, on such payment of money as said board may deter- 
mine. All payments of money aforesaid shall be distributed to 
the cities and towns in said district in proportion to the total 
amount of the annual assessments theretofore paid by them 
respectively. Said board shall furnish said water to the city> 
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town or company, by delivering the same into a main water pipe, 
reservoir or tank of the city, town or company, under suflScient 
pressure for use without local pumping, unless delivered in some 
other manner by mutual agreement between the parties inter- 
ested ; and shall have the direction and control of the connec- 
tions between the metropolitan and local systems. Said board M»y transmit 

^ *^ and sell power 

may utilize the fall of water at any dam under their charge, and ©>• electricity. 
may thereby produce power or electricity, and may transmit 
such power or electricity by pipes, wires, or other suitable 
means, and sell the same, or the right to use such water, by 
written or other contract, to run for a term not exceeding fif- 
teen years. Any person or corporation authorized by said May authorize 

*f »/ fr s- ^ persons and cor- 

board shall have all the powers relating to the production, sale porations to seii 

'^ o r- T j^jijI transmit 

and transmission of power and electricity given by this act to power and eieo- 
said board. 

WATER SOURCES. 

Section 4. Said board may take, by purchase or otherwise. May take south 
the waters of the south branch of the Nashua river, at and Nashua river. 
above a point above the dam of the Lancaster Mills in'^the town 
of Clinton, but shall allow not less than twelve million gallons To fumish 
of water to flow from a reservoir above said dam in each week, of Lancaster 
and such further quantity, not exceeding twelve million gallons 
a week, as the owner of said mills shall from time to time cer- 
tify to be necessary for use therein and in other buildings now 
or hereafter owned by him, for domestic or manufacturing pur- 
poses, other than the production of water power, and said 
board, in regulating the flow of said quantities, shall, as far as to conform to 
practicable, conform to any reasonable request in writing of the owner ofmiii«. 
owner of said mills ; said board may also take the waters of 
Sandy pond, so-called, in the town of Clinton, and the waters May take Sandy 
which may flow into and from said pond or river, and the ^°° ' 
tributaries thereof above said point ; may take such water rights 
as they deem necessary connected with said waters ; said board To take real 
shall forthwith, after taking the waters of said Nashua river, submerged or 

Alt 1 i*iii 1*1 •11 1 1 flooded on 

take by purchase or otherwise all real estate which will be sub- Nashua river, 
merged or flooded, or submerged to an increased depth, by the used^n such^ 
construction of the proposed reservoir on the Nashua river 
hereinafter provided for, and all parcels of real estate above 
the dam of said reservoir used for mill purposes and owned by 
the owner of any mill property of which any part will be sub- 
merged or flooded by the construction of said reservoir, includ- 
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iog all the machinery used on snch real estate and tenemeotB 
TDtikfliandt, for operatives ; shall, ou or before the first day of January in 
v°Mo'rcuinidui the year eigliteen hundred and ninety-eight, take all the lands 
rneivor. ^^^ ^jj ^^^ ponds, basins, reservoirs, filter beds, dams, aqne- 
ducts, conduits, pumping etations, pipes, pumps and other 
property held by the city of Boston for the purpose of supply- ' 
ing water or for the purpose of storing or of protecting or 
preserving tlie purity of the water, and situated westward ot 
Chestnut Hill reservoir in said city and westward of the inter- 
sections of the main pipes to be laid from Chestnut Hil! reser- 
voir to Spot pond, with the main pipes which convey water 
''"um'iuB">»"on ^™^ ^^^ Mystic diBtributing reservoir; alao the pumping 
■t cbMinni^Hiu etatioQ at Chestnut Hill reservoir and lands under and sur- 
land •orroond- rounding the same, and the pipes and aqueduct leading thereto ; 
To take spot also Spot pond, 8o-c.ilIed. in or near the town of Stoneham, 
Mrrounding" and the lands under and surrounding the same, now owned by 
JIunfp"B the cities of Maiden and Medford and the town of Melrose, or 

iS™'. either of them, held for the purpose of water supply or of pro- 

tecting or preserving tlie purity ot the water, and the pumping 
stations and pumps thereon ; any or all of the aforesaid lands 
to be talien in fee or otherwise, as said board may determine. 
Mmyiiieoibor gajjj board may take any other lands in fee, easements, rights 
properly. and other property that said board may deem necessary or de- 

sirable for currying ont the powers and duties conferred upon 
them by this act. 

HBCOHD OF TAKING. 
Torecurd SECTION 5. Said board, to take any property by right of 

land uken. eminent domain, shall sign and cause to be recorded in the 
registry of deeds for the county and district in which the prop- 
erty to be taken is situated, a statement containing a descrip- 
tion thereof, as certain as is required in a common conveyance 
of land, and stating that the same is taken for the metropolitan 
poDdn.ianda, water works ; and upon such recording the ponds, works, lands, 
waters, easements, rights and other property described in said 
description shall be taken for the Commonwealth. Said board, 
upon entering upon auy land for the purpose of using the same 
for carrying out any of the purposes of this act, shall sign 
and cause to be recorded in the registry aforesaid a statement 
containing a general description of the land and the purposes for 
which it is to be used, and the probable time for which the same 
i^rwi^'^. iB to be need, and after they have taken any property underlie 
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right of eminent domain shall notify the owner thereof, and on t 
the request of the owner within three years after such taking ei 
Bball, within thirty days after such reqnest, furnish him with a q, 
plan or description in writing, of his land or other property so *| 
taken. 

BESEllVOIIiS. 
SEcnon 6. Said board shall forth-with, after taking the r 
waters of said Nasliua river, construct a storage reservoir upon l 
aaid Nashua river above said dam of the Lancaster Mills ; shall ei 
forthwith construct the reservoir in Southborough already Si 
partially constructed by the city of Boston, and the dams bj 
thereof, and assume and carry out the agreement made by said 
city with the town of So nth boron gli, and all contracts made by 
said city relating to the building of said reservoir ; may con- m 
Btruct other reservoirs, and may raise the level of any pond or °l 
reservoir under their charge. Said board may, as they deem 
desirable in constructing, or raising the level of, any pond or 
reservoir, raise or alter or discontinue paits of any railroad or u 
public ways, and in case of a railroad shall make such raisings p, 
or alterations of the railroad, or construct upon existing or " 
other locations, parts of the railroad to take the place of the e 
parts so discontinued, as, and in eueh manner as, shall be a^ 
mutually agreed upon by said water board and the board of 
directors of the railroad company ; and if they cannot agree n 
thereon then as, and in such manner as, shall be determined on h< 
the application of either party, in writing, by the board of rail- « 
road commissioners of this Commonwealth, who are hereby r 
authorized and directed to adjudicate finally upon the same; " 
and if said water board shall be of the opinion tbat the making *" 
of any such change of grade, alteration or construction requires m 
that lands be taken therefor, said board shall, in the name of su 
the Commonwealth, take such lands and convey the same to tbe °' 
railroad company to be thereafter held and used as the board of 
directors of such company may determine, and the railroad 
company may if it desires locate its lines over any lands so con- 
veyed to it, and when said new lines of railroad are completed R 
the railroad company may discontinue the operation of the Ji 
portions of its existing lines for wbieb the new lines are substi- ei 
tuted, and may maintain and operate said new lines of railroad ; II 
and said water board shall build the dam of any pond or "' 
reservoir constructed, or whose level is raised, as aforesaid, and 
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ahsubuudwiiy. make the raisinga or alterations of the pablio ways as aforesaid, 
diMoniinued. and build in place of the parts of public ways discontinued, as 
aforesaid, such other reasonable and suitable ways, wbioh shall 
^•J^'o >» thereafter be highways, as, and in such manner as, shall be 
i)o»rci»na mutually agreed upon by said water board and the county com- 

miuiooera. misaioners of the county in which such dam ia to be built ; or if 
''"iMiionw"' ^^^y cannot agree thereon then as, and in such manner as, shall 
bBmidoto be determined on the application of said board, in writing, by 
DUiiion. the highway commission of this Coramonwealth, which commis- 

sion is hereby authorized aud directed to adjudicate finally upon 
the same. Said water board, in flooding or otherwise affecting 
To conform iq any burial ground, shall conform to any reasonable requirements 
K^rd. ot heHiui relating thereto of the board of health of the city or town in 
bnrtai (toundi. which the Same is situated. 



mervalr wJ 
pipM. 




CHESTNUT HILL RESERTOIB. 
^ Section 7. Said water board shall forthwith lay pipes to 
" connect the pumping station at Chestnut Hill reservoir with the 
main water pipes through which water is now supplied to the 
cities of Somerville, Chelsea and Everett, and the Charlestown 
district of the city of Boston, and with Spot pond, and on the 
first day of January in the year eighteen hundred and ninety- 
eight the contracts of the city of Boston with the cities of Som- 
erville, Chelsea aud Everett, described in, and confirmed by, 
* chapter three hundred and fifty-one of the acta of the year 
eighteen hundred and eighty-six, for a supply of water, shall 
be cancelled. Said board shall also forthwith, after taking the 
waters of Nashua riv«r as aforesaid, connect said river witi 
the tributaries of said reservoir in Southborough. 

DELIVERY OF WATER TO LAKCASTEB MILLS. 
Section 8. Said board, until they shall have completed the 
dam of said proposed reservoir on the Nashua river, and rebuilt 
the dam of said Lancaster Mills, shall, unless otherwise agreed 
by said board and the owner of said mills, deliver each week 
day at, and at the level of, the present top of the dam of said 
mills at least one million gallons of the water of said river, un- 
|>olluted by any acts or doings of said board, conforming la the 
delivery of said quantity, so far as practicable, to any reasona* 
hie request in writing of the owner of said mills. 



i 
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CONSTRUCTION OF BUILDINGS, ROADS, ETC. 
Section 9. Said board in carrying out the powers and duties May construct 

i*ii« Ai 1 j"i»» and maintain 

nereinbefore conferred upon them may construct and mamtain buildings, and 

n •^■3^ i_* 1 -I 'J. i J3 J. 1 lay and maintaiq 

baildings, machinery, roads, conduits and aqueducts ; may lay pipes, etc. 
and maintain pipes, drains and wires ; may alter or change the 
grades or directions of any water course ; may carry and con- May carry 

-, jx T'i.«j» • J aqueduct, etc., 

duct any aqueduct, conduit, pipe, drain or wire under or over over water 

J. •! J ^ ^ -Li- • 1- courses, rail- 

any water course, or any railroad, street or other way, in such roads, streets o» 

a manner as not unnecessarily to obstruct or impede travel ^*^** 

thereon; may dig up any such road, street or way, and lay. May dig up 

maintain and repair aqueducts, conduits, pipes, wires and other pipes 'beneath 

works beneath the surface thereof, conforming to any reason- forming to 

able regulations made by the mayor and aldermen of cities iidermen°an°d 

and the selectmen of towns, respectively, wherein such works *® ®°*™®°* 

are performed, and restoring, so far as practicable, any such To restore 

road, street or way, to as good order and condition as the same digging up 

was in when such digging was commenced ; said board may May we lands 

enter upon and use the lands of others ; may take down dams ^a^^uke'down 

to such an extent as they may deem necessary for prosecuting 5°^J*^""** 

their works, and shall rebuild such dams whenever the necessity 

for keeping them down ceases ; shall use such lands and do To heed 

^ ir o ' requests made 

all work relating to such dams, in a reasonable manner with |>y owners of 

^ ' lands and dams. 

regard to the interests of the owners thereof, and, so far as 
practicable, shall heed all reasonable requests made by such 
owners ; and in general may do any other act or thing necessary in general to do 
or proper for carrying out the powers and duties conferred necessary. 
upon them by this act. 

OPERATION OF WORKS TAKEN FROM BOSTON. 
Section 10. Said board, on or before the first day of To commence 

' •/ operation on or 

January in the year eighteen hundred and ninety-eight, shall before January 

commence the operation of the works taken by them from the 

city of Boston, and shall thereafter keep the same and all water To keep works 

•' * and reservoirs 

works constructed by them, and all bridges which they may «afe and have 

. *i ^ charge of same. 

build across said reservoir upon the Nashua river, and (until 
they abandon the same by notice in writing to said city) said 
Chestnut Hill reservoir, safe^ and shall have charge of, use, 
maintain and operate the same, and the Commonwealth shall SsponsJbiofo? 
exclusively be responsible for all damages caused thereby or ^a™**®** 
by any defect or want of repair therein ; said board shall have 
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Damages of 
town of Clinton. 



Damages of 
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taking of 
property, 
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etc. 



the exclusive right and control over all ponds and reservoin 
used by tbein in supplying water, and may order all persons to 
keep from entering in, upon or over, the waters thereof and the 
lands of the Commonwealth, city or town, surroonding tlie 
same ; may inspect the water works and fixtures in any city or 
town supplied wholly or in part from the works under their 
charge, and may take all proper measures to determine the 
amount of water used and wasted and to prevent the improper 
use or waste of water. 

PURCHASE AND SALE OF PROPERTY. 

Section 1 1 . Said board and any city, town or water com- 
pany aforesaid, may agree with each other for the storing or 
pumping of water, or the furnishing of the same as aforesaid 
by either party to any city, town or company ; and any such 
city, town or company may sell to said board, and said board 
may purchase any property of such city, town or company, 
whether taken by eminent domain or otherwise, that said board 
may deem desirable for use in furnishing, as aforesaid, water 
to any city, town or water company ; and said board may sell 
at public or private sale any property, real or personal, whether 
taken by eminent domain or otherwise, no longer needed for 
the water works under their charge, or may from time to time 
lease any property not then so needed. The proceeds from the 
operations of said board shall be paid into the treasury of the 
Commonwealth. 

EXPENSES AND DAMAGES. 

Section 12. Said board shall incur such expenses as they 
deem necessary in constructing, operating and maintain* 
ing the water works under their charge ; may agree with the 
party injured, upon the damages sustained by any city or town 
by the taking or use of its lands, ponds, reservoirs, water 
sources, aqueducts or other property, or the cancellation of con- 
tracts, as aforesaid ; the damages sustained by the town of 
Clinton by any interference with its sewerage system or with its 
drainage rights or privileges ; the damages sustained by any 
person or railroad or other corporation in property by any tak- 
ing of property or by any change of grade, alteration or discon- 
tinuance of any railroad or public way, or by the eonstruction 
or maintenance of any reservoir or other work, or by the inter- 
ference with the use of any water, or by any other act or thing 
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by said board uoder tbia act ; sball save barndesa tbe aev- Bhaii mve nitiH 
cities and tovrns witbin whicb any road, street oi' way is harmieei 
lug np as aforesaid, against all damages for injuries reaulting mMa^Uom' 
from a defect or want of repair in any road, street or way, itawitj"^^' 
caused by such digging np, or by constructing, laying, maintain- BiS^lfr living 
iDg or repairing any aqueduct, conduit, pipe, wire or otber works ^f^in""' 
therein, and slmll furniBh witliout charge to all towns witbin Sbaii fnmiib 
which aoy work is done under authority of this act such addi- iiSn'i'o'i^wnV. 
ttonal police protection as may be necessary in consequence 
thereof ; provided, said board shall have due and reasonable proviBo. 
notice of the claims for such damages and opportunity to make n o«m o° c'lllnn 
a legal defence thereto. lo dtieniTaum* 

PETITION FOR JUET. 
Section 13. Said board, city, town, person or corporation, it cennoi Bgreo 
if they cannot agree upon any damages, sustained as aforesaid, dani°age»jii'ry'' 
may, except in the cases in which payment is otherwise pro- ^'^[iBd/or 
vided for in this act, within two years after the day of the yeara? "° 
taking of any laud, water, easements or otber property, or of 
the use of any property, or of the making of any change of 
grade, alteration, discontinuance, or location of a way or rail- 
road, or of the doing of any other act or thing causing the dam- 
age, file in the office of the clerk of the superior court for the Appiio»uon lo 
couDty in which tbe property taken, used or affected in value ofeietsof 
by Buch taking or other act of said board is situated, a petition, '"^^ """"' 
signed by the petitioner or the attorney of tbe petitioner, for 
a jury to determine such damages, and thereupon, after such After doHm, 
notice as said court shall order, the damages so sustained shall deierminBd by 
be determined by a jury in said court, in the same manner as '"^' 
damages for lands taken for highways are determined. In BeneBiiobe 
determining any damages caused by any change of grade or ^noSniin 
discontinuance of a public way or railroad, or tbe substitution atm^n.'^' 
of a part of a public way or railroad for another part, there 
shall be taken into account any benefit to the party injured re- 
ceived from this act and anything done thereunder. Interest intBrtBtshaii be 
Bball be included in such damages from tbe date of the taking, dauoruking, 
or the doing of tbe act or thing causing tbe damages, and costs u bo lued. 
shall be taxed and execution issued as in civil cases, against the 
Commonwealth in case the petitioner prevails, and against the 
petitioner in case he does not prevail. Damages forthetem- D«Dap»for 
porary use of or injury to property may, on the request of the mTJ 





94 



:^IETROPOLITAX WATER BOARD. [Jan. 



by monthly petitioner, be assessed by monthly payments, to be conlanaed 
so long as the property is used. 



Board may 
agree with 
owners of 
certain real 
estate not 
owned, April 1, 
1896, by the 
owner of the 
Lancaster Mills, 
as to damages, 
ete. 



If they cannot 
agree, petition 
may he brought 
within two 
years in 
supreme 
jadicial court 
for county of 
Worcester. 



After notice and 
hearing court to 
appoint com- 
mission of three 
persons. 

Court may fill 
vacaocies in 
commissions. 

Commissions 
shall determine 
damages, 
specified in 
petitions. 



COMMISSIONS MAY BE APPOINTBD TO DETERMINE 

DAMAGES. 

Section 14. Said board, upon the application of the owna 
of any real estate taken for said proposed reservoir npon the 
Nashua river, or the owner of any real estate entered upon and 
used, or of any real estate injured by the taking of the waters 
of said Nashua river, whether said real estate is within or with- 
out the Commonwealth, or of any real estate not taken hot 
directly or indirectly decreased in value by this act or the 
doings of said board thereunder, situated in the town of West 
Boylston or in that part of the town of Boylston on the north- 
erly side of said proposed reservoir, or in that part of the town 
of Clinton on either side of River or Grove streets, between the 
dam of said proposed reservoir and a line drawn from the 
northerly corner of Oak and Boylston streets to the northerly 
corner of said Grove and Nashua streets, and not owned on the 
first day of April in the year eighteen hundred and ninety-five, 
by the owner of the Lancaster Mills, may agree with such 
owner upon the damages to be paid for such taking, injury or 
decrease in value, and if said board and the owner of any such 
real estate cannot agree upon such damages, such owner may, 
within two years after the first taking of water, or of land for 
said reservoir, under the right of eminent domain, file in the 
clerk's office of the supreme judicial court for the county of 
Worcester, in term time or vacation, a petition for the deter- 
mination of such damages, and thereupon said court, after 
notice by publication in some newspaper published in the 
county of Worcester, and in such other manner as the court 
may order, that all persons entitled to file such petitions will be 
heard by said court on a day therein named, and a hearing 
thereon ; shall from time to time appoint one or more commis- 
sions, each consisting of three disinterested persons, and may 
after notice and hearing fill any vacancy occurring in any such 
commission until all petitions referred to it have been heard 
and determined. Each of said commissions shall, after notice 
and hearing, determine the damages specified in all such peti- 
tions as may be filed as aforesaid and referred to it by said 
court ; and if the owner of any such real estate, no part of 
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which is taken hut which is decreased in value, shall in the 
petition aforesaid signify his willingness to surrender the real 
estate, or if there is a mill thereon, the real estate and 
machinery thereon, to the Commonwealth, the commission shall 
also determine the value of such real estate, or real estate and 
machinery, and interest may be included in such damages and interest may be 
in such value at such rate and for such time as the commission damages. 
may deem just and equitable. Said commissions shall deter- commintions to 
mine the damage to and value of real estate, machinery and court, 
business, and from time to time report their determinations on 
the petitions of such owners to said court. In case any indi- 
vidual or firm owning on the first day of April in the year 
eighteen hundred and ninety-five an established business on Established 
land in the town of West Boylston, whether the same shall be west Boyiston 
taken or not under this act, or the heirs or personal representa- Uhfe shaii hm 
tives of such individual or firm, shall deem that such business determined. 
is decreased in value by the carrying out of this act, whether 
by loss of custom or otherwise, and unable to agree with said 
board as to^the amount of damages to be paid for such injury, 
such damages shall be determined and paid in the manner here- 
inbefore provided. The words "real estate" as used in this peai estate to 
section shall include water rights, and in the case of mills all rigbu and 

machinery. 

machinery thereon. 

PAYMENT OF DAMAGES. 
Section 15. Said board shall, upon agreeing upon any Board to notify 
damages, or upon the acceptance by said court of any deter- wTn pay 
mination specified in ihe preceding section, notify the owner value agreed 
that they will pay the damages, or, in case the petitioner offers Seterained; 
to make surrender, if they so prefer, they will pay the value 
so agreed upon or determined, and if any such owner shall in if owner 
accordance with such notice and within one year after being so damages or 

gives deed 

notified, deliver a release of such damages or a deed of the real within one year 

he shall be paid 

estate, to and satisfactory to, said water board, said water from treasury 
board shall certify to the treasurer of the Commonwealth the wealth, 
amount to be paid such owner, and said treasurer shall pay the 
same from the proceeds of the bonds hereinafter provided for. 
Said water board, or any persons whose property is taken if board or 
under the right of eminent domain, or entered upon or injured satisfied with 
by the taking of said water, if dissatisfied with any determina- commission, 
tion of damages made by any commission, may at the term on byfi^.°^ 
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which such determination is filed in court, or at the sacceeding 
term, claim a trial by jury to determine such damages, and 
thereupon the damages shall be determined by a jury in said 
supreme judicial court as provided in section thirteen of this act 

PAYMENT TO CITY OF BOSTON AND TOWNS OF BOYL- 

STON AND WEST B0YL8T0N. 

Boitontobe SECTION 16. The treasurer of the Commonwealth shall. 

reimbarsed for ' 

moneys paid in from the procccds of the bonds hereinafter provided for, reim- 

conneotion with * * ' 

bMini not yet bursc the clty of Bostou for all moneys paid or that may here- 
after be paid by said city for land damages, or otherwise, i& 
connection with the location, building or maintenance of rea- 
ervoirs or basins not yet built, or for lands taken for the pres- 
ervation or protection of the purity of the waters of any reser- 

Boyiston to b« voirs, or basius or of the tributaries thereof, and shall pay as 

paid $i,000 a ' » *' j 

year. part of the expenses of said metropolitan water works to the 

town of Boylston the sum of two thousand dollars a year and 

Wett Boylston to the towu of Wcst Bovlstou the sum of twelve thousand dol- 

to be paid 

$12,000 a year, lars a year for the year of and each year succeeding said taking 

of the waters of said Nashua river, so long as each of said 

No Uxor other towns remains a municipality, and shall pay no tax or other 

payment to be tr j t - 

made. payment to either of said towns on account of any property 

held by said water board for the purposes of a water supply. 

METROPOLITAN WATER LOAN. 
Negotiable SECTION 17. The treasurer and receiver general shall, from 

bonds to be o i 

iaaned not time to time, ou the request of said board, issue negotiable 
$27,000,000. bonds in the name and behalf of the Commonwealth, and under 
its seal, to an amount not exceeding twenty-seven million dol- 
lars, designated on the face thereof. Metropolitan Water Loan. 
Said bonds shall be deemed a pledge of the faith and credit of 
the Commonwealth, shall be countersigned hy the governor; 
Principal and shall havc the principal and Interest made payable thereon, in 
ingoidcoinf * gold coiu of the United States of America or its equivalent; 
shall bear interest payable semi-annually on the first days of 
January and July of each year ; shall be registered, or with 
Payable in not interest couDons attached ; shall be payable within such terms 

leiB than thirty *■ "^ *^ 

nor more than not Icss than thirty nor more than forty years, and shall bear 
date. such rates of interest not exceeding four per cent, per annum, 

Jx^ed four per and be issucd and disposed of in such amounts and in such 
^°'* modes and at such times and prices as the treasurer and re- 

ceiver general, with the approval of the governor, shall from 
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$ to time determine. Said treasurer shall, on issuing any of ti''MS^Sw'* ' 
1 bonds, establisb a sinking fund and determine the amount 
e paid thereto each year, sufficient with its accumulatione 
tinguish ihe debt at maturity. 



•EOCEEDS FROM SALES OF PROPERTY AND BONDS. 
3TION 18. Said treasurer shall apply the pi-oceeds from Appii™tionof 
fc sales of property made as hereinbefore provided, and the iiiei di 
seeds from the sales of said bonds, exclusive of the amounts KnSi. 
ived from premiums, to the payments for the properly 
I by said board, the payment of tbe damages aforesaid, 
ithe payment of the expenses of construction of said water 
Tks, and the other payments specified iu this act, and shall Appiin 

J any premiums received from sales of said bonds, any "ceived from 
fessmenta hereinafter provided for paid by the cities and «"BB..meDM. 
., and the proceeds from tbe operations of said board, ex- 
hive of the proceeds from sales of property, to the payment 
fttiie interest, Bioking fund requirements and expenses of 
teteoance and operation of said water works, and shall take 
fc balance required for said payments, if any, from the pro- 
e of said bonds, and shall a[>ply the surplus, if any, to the App!ii»ti<m of 
Blent of said interest, sinking fund requirements and ex- *"''' "'' 
nes, for the following year. Said treasurer shall advance (lo.oooume 
meh person as shall have been designated by said water pt«"nde«ig. 

i and shall have given a bond with sulHcient sureties, to ""^ '''' ^"^ 
approved by the auditor of the Commonwealth, in the sum 
1 thonsaod dollars, such sums, not exceeding ten thousand 
s at any time, as said auditor may certify to be necessary 
Stable said board to make direct payment npoo the pay rolls 
r accounts of said board, and such persons shall, as 
B as may be after expending any sum so advanced, and in 
3ases within thirty days from ttie receipt of any such sum, 
% with the auditor a statement in detail of the moneys ex- 
■ ipeoded subsequent to tbe last previous accounting, 
fay said water board, and where it is practicable to obtain ^™^g, 
them, also file receipts or other like vouchere of the persons to 
whom the payments have been made. 



ESTIMATE AND APPORTIONMENT OF ASfNUAI, EXPENSES. 

Section 19. Said treasurer shall in each year estimate the xrej 
amount, in addition to tbe premiums from sales of said bonds annua"y 
and the proceeds from the operations of said board, exclusive ^ 
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of tbe proceeds from aalea of property, required during the 
year to pay the interest, sinking fund requirements, expenses 
of maintenance and opei-'sitioQ of said water works, and shall 
apportion to tbe city of Boaton tbe proportion of such amount 
that the valuation of said city for the preceding year bears to 
tbe total of all such valuations of all cities and towna in said 
water district : provided, however, there shall be included only 
one sixth of the total valuation of any such city and town 
whicb has not reacbed the safe capacity of its present source 
of supply in a dry year, as determined by said water board aad 
certified to said treasurer, and has not made application to eaid 
board for water, and the remainder to the otber cities anc 
towns in said district, one third in proportion to their respec 
live valuations and the remaining two tliirds in proportion t 
tbeir respective populations, including however only one sixth* 
of the total valuation and one sixth of the total population of 
any such city and town which has not reached the safe capacity 
of its sources or of the sources of supply of tiie water company 
by which a town is supplied, or has not made application for 
water as aforesaid ; aud provided, further, that any city or town 
assessed upon its full valuation and population, which furnishes 
a part of its water supply from its own works or receives a 
supply from a water company, shall be allowed and credited in 
its apportionment with a sura equal to twelve dollars for each 
million gallons of water furnished as aforesaid, as determined 
by said water board and certified to said treasurer, and pro- 
vided, fiirlher, that no such amount shall be so apj}oi-tioned 
nntil the year eighteen hundred and ninety-eight, an 
year only the amount of three hundred thousand dollars shal 
be apportioned, and the suras of money expended by the stal 
board of health under chapter four hundred and lifty-c' 
the acts of the year eighteen hundred and ninety-three aOG 
chapter four of the resolves of the year eighteen hundred t 
ninety-five, aud iu the succeeding years the said amount of 
three hundred thousand dollat's and two hundred thousand dol- 
lara additional for each year thereafter shall be so apportioned 
until t!io entire amount required as aforesaid is reached, an^~ 
thorciifter such entire amount shall be so apportioned. Sai 
treasurer shall in each year notify each city and town of tbt 
amount of its assessment, and the same shall be paid by tl 
dty or town into the treasury of the Commonwealth at the tim 
rtquirod for the payment and as part of its state tax. 
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CONTROL AND DISTRIBUTION OF WATER. 

Section 20. The water board, water commissioners or Water boards, 
superintendent of any city or town in the metropolitan water and'towns to 

have charffe of 

district, shall for their respective cities or towns, on and after works not taken 
the first day of January in the year eighteen hundred and ^ 
ninety-five, have the charge and control of the water sources, 
water and water works owned and used by said city or town 
and not taken or used by said metropolitan water board as 
herein provided. Said water board, water commissioners or 
saperintendent shall distribute and control the use of the water 
so furnished, and apply meters and extend the pipes and other 
work as said water board, water commissioners or superintend- 
ent may deem expedient ; shall keep the pipes, fixtures and Not to exceed 
other works under their charge in good condition and repair, by city or town, 
but shall not expend in any year more than the amount appro- 
priated by the city or town therefor. Said water board, water Water rates to 

be determined. 

commissioners or superintendent, with the approval of the 
mayor or selectmen, shall determine the rate to be paid for 
water by the owner of the premises to which the water is fur- 
nished, or by the person or persons using the water : provided ^ appJo^e^ates 
however y that the minimum rates to be paid for water, and the 
premises to which the high service supply shall be furnished, 
shall be subject to the approval of said metropolitan water 
board. Any water board, water commissioner or superintend- ^"^^Ji^iSes"* 
ent as aforesaid shall for the water works under his charge do J5**j^^* ^ ^^ 
all the acts and things relating to buildings, machinery, roads, relating to 
conduits, aqueducts, pipes and drains, which said metropolitan 
water board is authorized to do for the water works under their 
charge, and may take lands therefor, in fee or otherwise, and 
shall do all such acts and things and make all such takings in 
the manner in which said metropolitan water board are author- 
ized to do similar things, and the damages sustained shall be Damages shaii 
recovered of, and paid by, the city or town for which such orSmn. ^^ 
water board, water commissioners or superintendents are ap- 
pointed or elected, in the same manner as damages caused by 
similar acts of said metropolitan water board are recovered of, 
and paid by, the Commonwealth. 

APPLICATION OF INCOME. 
Section 21. The income received in each city or town from cities and 

towns to apply 

the water works under the charge of its water board, water income to 
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imyment of 
expenses, 
interest, etc 



Balance as city 
or town may 
determine. 

If Income Is 
iusafSclent 
balance to be 
raised by 
taxation or 
loan. 



commissioners or Buperintendent, shall be applied to the pay* 
ment of the expenses of maintenance and operation incorred 
by said water board, water commissioners or saperintendent ; 
the interest and sinking fund requirements of all bonds, notes or 
scrip of the city or town issued on account of the water works 
of such city or town ; the assessment of the city or town to be 
paid to the treasurer of the Commonwealth as hereinbefore 
provided; the expenses of the extension of the works; and 
the balance, if any, as the city or town may determine. If 
such income in any year shall not be sufficient for said pay- 
ments the balance required therefor shall be raised by taxation 
or by loan, as the city or town may determine ; and the city or 
town is hereby authorized to assess such taxes and make such 
loans without further authority from the legislature. 



City of 

Worcester and 
certain towns 
may take water 
from Nashua 
river under 
certain con* 
diUons. 



If water is 
taken, propor- 
tion of cost to 
be paid to the 
Common- 
wealth. 



If cannot agree 
on amount, 
master to be 
appointed. 



WORCESTER AND CERTAIN TOWNS MAY TAKE WATER. 

Section 22. The towns of Clinton, Sterling, Boylston, 
West Boylston, Lancaster, Holden, Rutland, Princeton, Paxton 
and Leicester, and the city of Worcester, may take from the 
south branch of the Nashua river, above the dam of the pro- 
posed reservoir on said river, so much of the water thereof as 
they have already been or may hereafter be authorized by the 
legislature to take, for supplying their inhabitants with water, 
and in case either of the towns of Lancaster, Holden, Rutland, 
Princeton, Paxton or Leicester, or the city of Worcester, shall 
so take water, it shall pay to the Commonwealth, to be paid into 
the sinking funds for said bonds, a fair proportion of the cost 
incurred by the Commonwealth for said water and for the con- 
struction, maintenance and operation of said works, the same 
to be determined by the engineer of said board and an engineer 
to be appointed by the city or town, and if they cannot agree, 
the proportion shall be determined by a master to be appointed 
by the supreme judicial court on the petition •f either party 
interested, and the report of such master made and accepted by 
said court shall be final and binding on all parties. 



USE OF WATER IN DISTRICT RESTRICTED. 
No city or town SECTION 23. No citv or towu, any part of which is within 

in district to use •' ' ./ r *' ^^ xw***** 

water for ten miles of the state house, or any water company owning a 

purposes except water pipe system in any such city or town shall, except in case 
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of emergency, use, for domestic purposes, water from any ("Jl"'""""" 
source not now used by it except as herein provided or as shall legniMia™. 
be hereafter authorized by the legislature. If any town or 
towns in said district shall take the franchise, works and prop- 
erty in Buch town or towns, of any water company, the com- 
pensation to be allowed and paid therefor shall not be increased 
or decreased by reason of the provisiona of this act. No town No town lo 
in said water district now supplied with water by a water com- froni meiro- 
p any owning the water pipe system in such town, shall intro- liu'wortiot 
duce water from the metropolitan water works until it ehall first f^ve been'""'' 
have acquired the works of such company, "'" 

SANITARY PROTECTION OP WATER. 
Section 24. The slate board of health is hereby authorized p"o"nJ]oo o( 
and required to make rules and regulations for the sanitary ^^^^^ "^'^ "y 
protection of all waters used by the metropolitan water board 
for the water supply of any city, town or water company afore- 
said, and to transfer and deliver to said water board, such PIbm. (nopi 
plans, maps and other information in their possession as will {"'"'""J'"' "5 
assist said board in carrying out the provisions of this act. to boned. 

IMPROPER USE OF WATER PROHIBITED. 
Section 25, No peraon shall take or divert any water of a ^""/S"' t° i" 
water supply of any city or town in said water district from 
any water source, reservoir, conduit or pipe used for aupplyiog 
BUch water to, or in any such city or town, or occupy, injure or Buiidtnpi, 
interfere with any such water, or with any land, building, aque mu lota"^' 
duet, pipe, drain, conduit, hydrant, machinery or other work or °" ' 
property so used, and no person shall corrupt, render impm'e, 
waste or improperly use, any such water. 

PRECEDING SECTION NOT TO APPLY IN CERTAIN OASES. 

Section 26. The provisiona of the preceding section shall ^oi to apply 
not apply to any person in taking or diverting any such water '"''■"''■.''" 
or interfering with or occupying any water, land or works oecgpied by 
therein described, by permission of said meti-opolitan water board. 
board, or the water board, water commissioners or superintend- 
ent of any city or town having charge of the land, water or 
work ; nor to the individual inhabitants of any city or town Nor to inhabit- 
within the watershed of any water supply used by said metro- ortown*''"" 
politan water board, or by any city or town aforesaid, in taking "rdi'Dir" 
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from the part of the supply or from the tributaries of the sup- 
ply withiu their respective city or town limits so much of the 
water thereof as they shall need for their ordinary domestic 
household purposes, for extinguishing fires, or for generating 
steam. 

ENFORCEMENT. 
SSowe^act and SECTION 27. Said metropolitan water board, and their em- 
madeSeri- ployecs designated for the purpose, shall enforce the provisions 
under. of this act, and of the rules, regulations and orders made there- 

May enternpon under, and may enter into any building, and upon any land for 
parpoae. the purposc of ascertaining whether sources of pollution there 

exist, and whether the provisions of this act and of the rules, 
regulations and orders made as aforesaid are complied with; 
Act not to be and, whcfc the enforcement of any such provisions, rules, regu- 
■ewage ia latious or Orders will require public works for the removal or 

provided for. 

purification of sewage, said metropolitan water board shall not 

enforce the same until they have provided such works, and the 

amount paid therefor shall be considered as part of the ex- 

sewageworka penscs of coustructiou of the metropolitan water works, and 

to be operated 

aa part of such works shall be maintained and operated as a part of said 

water worka. _ 

water works. 

JURISDICTION OF THE COUBTS. 
fu(Fic?a?and SECTION 28. The Supreme judicial court or any justice 

ha^'iarisdkj^* thereof, and the superior court or any justice thereof, shall, in 
tion In equity to term time or vacation, on the petition of said board or any city, 

enforce provi- i sr ^ j^ 

aionaofact. town. Corporation or person interested, or of the attorney of 
any such petitioner, have jurisdiction in equity or othervrise to 
enforce the provisions of this act, and of any rule, regulation 
or order made under the authority of this act, and to prevent 
any violation of said provisions, rules, regulations or orders. 

PENALTIES. 
To be punished SECTION 29. Whocvcr shall do any of the acts herein pro- 

by fine or */ r 

impriBonment, hibited, or shall violatc or refuse to comply with any rule, 
regulation or order made under the authority of this act shall, 
on complaint or indictment therefor and conviction thereof, be 
punished for each offence by a fine not exceeding five hundred 
dollars, to be paid to the Commonwealth, or by imprisonment 
not exceeding one year in the house of correction, or by both 
such fine and imprisonment. 
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GENERAL LAWS. 
Section 30. All general laws relating^to the water supplies General lawt to 
of cities and towns or the lands and other property used for 
such supplies shall, so far as they are not inconsistent with the 
provisions of this act, apply to and be observed in carrying out 
the purposes of this act. 

CONSTRUCTION OF WORKS. 

Section 31. In the construction of these works preference Preference to 
in employment shall be given to citizens of this Commonwealth, citizens. 

Section 32. This act shall take effect upon its passage. 
[^Approved June 5, 1895, 



Appendix No. 4. 



[Chapter 436 of the Acts of the Tear 1806.] 

An Act relative to the compensation for damages occasioned 

BY the construction OF THE METROPOLITAN WATER SYSTEM. 

Be it enacted, etc, as follows : 

Section 1. Section sixteen of chapter four hundred and isos. 488, § w, 

*■ amended. 

eighty-eight of the acts of the year eighteen hundred and 
ninety-five is hereby amended by striking out in the eleventh 
line, the word " two", and inserting in place thereof the word : 
— three, — so as to read as follows : — Section 16, The treas- city of Boston 

^ to be reim- 

urer of the Commonwealth shall, from the proceeds of the buraedand 
bonds hereinafter provided for, reimburse the city of Boston bepaidtotowna 
for all moneys paid or that may hereafter be paid by said city west^oyiBton. 
for land damages, or otherwise, in connection with the loca- 
tion, building or maintenance of reservoirs or basins not yet 
built, or for lands taken for the presei*vation or protection of 
the purity of the waters of any reservoirs, or basins or of the 
tributaries thereof, and shall pay as part of the expenses of 
said metropolitan water works to the town of Boylston the 
sum of three thousand dollars a year and to the town of West 
Boylston the sum of twelve thousand dollars a year for the 
year of and each year succeeding said taking of the waters of 
said Nashua river, so long as each of said towns remains a 
municipality, and shall pay no tax or other payment to either 
of said towns on account of any property held by said water 
board for the purposes of a water supply. 

Section 2. This act shall take effect upon its passage. 
\^Approved May 27 ^ 1896. 
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Appendix No. 5. 



[Chapter 460 of the Acts of the Year 1896.] 



Certain pertoni 
deprived of 
employmeDt In 
Weet Boylston 
may file claim 
for damagea. 



Oonrt to aacer- 
tain certain 
facts, etc. 



Certain em- 
ploy eee not 
entitled to 
receive 
compensation. 



Stockholders 
not entitled 
to receive 
compensation. 



An Act relative to the compensation of employees in west 

boylston. 

Be it enacted^ etc, as follows : 

Section 1. Any resident of the town of West Boylston 
employed by any corporation, partnership or individual at the 
time when the plant of such corporation, partnership or indi- 
vidual is taken, and work therein stopped, on account of a 
reservoir for the metropolitan water supply, and who is obliged 
by reason of such taking to seek employment elsewhere, shall 
have the right for one year from the termination of such em- 
ployment as aforesaid to file a claim for damages with the 
metropolitan water commission, and if the same is not settled 
within sixty days from the filing thereof, he may bring a bill 
in equity in the superior court for the county of Worcester for 
the adjudication and collection of such damage. Any number 
of persons deprived of employment as aforesaid may unite in 
such bill, and the withdrawal of any shall not prejudice the 
rights of others. 

Section 2. It shall be the duty of the court to ascertain 
whether or not such claimants have resided and been employed 
and deprived of employment as specified in this act, and if so 
to issue a decree in favor of each to recover the actual damage 
which he has suffered by reason of such loss of employment, 
not however to exceed the sum of his wages for six months at 
the rate of wages paid to him for the last six months prior to 
such suspension of employment. 

Section 3. No person shall be entitled to receive compen- 
sation under this act unless he shall have been employed in 
the town of West Boylston continuously from the date when 
chapter four hundred and eighty-eight of the acts of the year 
eighteen hundred and ninety-five, entitled "An Act to provide 
for a metropolitan water supply ", became a law, up to the date 
of the taking of the property wherein said person is employed. 

Section 4. No stockholder of any corporation whose plant 
is taken on account of a reservoir for said metropolitan water 
supply shall be entitled to receive compensation under this act. 

Section 5. This act shall take effect upon its passage. 
[^Approved May 28^ 1896. 



